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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at thetime the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence (the date of 
project is pre-NTP. Projected budget is the current budget at the close of the purchase order). Site Active estimates when construction activities will 
the current quarter. Difference displays any variance (+/-) between the physically begin for the project. Complete identifies the point in time at 
Initial Budget and the Projected Budget. Projects trending under budget which the project may be deemed substantially complete, and ready for use 
will be highlighted in green, those trending over budget willbe highlighted by the general public. Completed phases will be shown with full dates and 
red. shaded fields. Status identifies the current phase the project is in: Design, 
Advertise, In Construction, & Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 


# of months late: 


Other NA $3,115 NA $2,966 Anticipated Completion at NTP: ae 


ad ae Rey (30.765) ate % Construction Change Order: 2% 
= - - Design as Percent of Construction: NA 
on ae eee ~ Other as Percent of Construction: 20% 

Design: Includes costs for design contractor/consultant Performance 

Construction: Includes costs for construction contractor services Anticipated Completion at NTP: Identifies the substantial completion 
Other: Includes costs for right-of-way acquisitions, utility work, date which was established at the Notice to Proceed (NTP) phase 
project oversight # of Months Late: Displays the difference between the Anticipated 
Contingency: Budgeted value to be utilized to address unforeseen Completion at NTP with the current Schedule Complete date. 
issues. Contingency value is a reflection of the risk remaining on the Positive values indicate that the project is behind schedule and are 
project. highlighted in red; negative values indicate that the project is ahead 
Budget Contingency: At notice to proceed, budget contingency is of schedule and are highlighted in green. 

typically set at 5% of low bid. % Construction Change Orders: Ratio of the value of approved 
Schedule Contingency: At notice to proceed, schedule contingency is change orders versus the original contract award value 

typically set at 10% of the contract duration. Deviations from this Design as percent of Construction: Ratio of the budget values for 
standard may occur due to winter shutdown. Winter shutdown Design versus Construction 

typically takes place from December 15 from April 15 but is weather- Other as percent of Construction: Ratio of the budget values for Other 
dependent. costs for producing the project versus Construction. 


Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 
Comingled Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each 
individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 
possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 
Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 
the Design line; the Contractor/Design team will be reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded 
from advertisement to NTP is anticipated to take between 6-8 months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. 

Note: When all project within a Federal Fiscal Year are substantially complete, they will be removed from the report at the end of the current Federal Fiscal Year. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Status Color Range 
On-Time 


0-6 months behind 
6-12 months behind 


0-5% 
On-Budget 

5-10% 
Over Budget 

10%+ 
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Project Summary Lists 
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Changes from Last Quarter 
Changes to Schedule this QUArtED...... eee eeeeenceeeeeceeeeceeeeeeeeeeeeaeeceeeaeeesaeeeaeesseecseeesaeessaeeeaeeesaeceaaeeeaeseaaesesaeseaeeeeaaaes A-60 
Changes to Budget this QUartel cscs cessescecassctsceuscsiesietedeadectienseessedssbadcstecedtetaedisnsdeadesnesevsediaha dbedea dete dansebdastaaediedtadeutuaestess A-61 


Index of Projects by Municipality 
lindex of Projects by MUNICIPALITY. :.cc0: 03: coscesieseesciceccestsiea tees path ctedeniets aga tee cesta evn andes Rains ees ease ae Ae A-62 
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FFY16 
BRIDGE 
Budget Spent Bue _NTP compete 
Initial Projected Difference To Date Schedule: 
Design $0.171 $0.186 $0.015 $0.141 
Construction $5.700 $5.829 $0.129 $5.306 ae : : eee 
Other $1.885  $1.819 ($0,066) $2.116 ee aUnne ce Le 
Contingency $0.431 $0.353 (S0.078) $0.000 OF eonetraedan change eraee 19% 
Hota! $8.187 38.187 $7.563 Design as Percent of Construction: 3% 
eislDy Oiigt TEES ERIDGE EPeacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-May-16 [19-Sep-16 | 09-Nov-17 
Design $0.400 $0.408  $0.008 $0.408 
Construction $2.400 $2.236 ($0.164) $2.236 = : ; Ere 
Other $1376  §1.025 ($0.350) $1.023 mel ane ate aliah oe SANE eae 
Contingency S0.100 $0.000 (S0.100) $0.000 br Cane tndction chente Oren 5% 
Total 34.276 $3.670 33.667 Design as Percent of Construction: 18% 
PE Une JME Gal Pee besa Other as Percent of Construction: 46% 
Budget Spent abide NTP Complete 
Initial © Projected Difference To Date Schedule: 0-Sep-16 | 02-M 12-Nov-20 
Design $0.275 $0.479 $0.204 $0.343 
Construction $4.900 $5.655 $0.755 $5.192 a . ; soieaes 
Other $3.970  §3.218 ($0.752)  $2.714 ee carreras alas aE NEE RESENR 
Contingency $0.245 $0.038  (S0.208) $0.000 os Caistruction change Gian 15% 
Total 39.390 39.390 38.248 Design as Percent of Construction: 8% 
PO. Ue aS Leeary Other as Percent of Construction: 57% 
Budget Spent acvenis< NTP Sompicte 
Initial © Projected Difference To Date Schedule: [1 it 16 [30-Nov-17 
Design 50.310 $0.385 $0.075  $0.180 
Construction $5.000 $5.000  $0.000 $3.552 ee : ; re 
Other $2.167  $2.104 ($0.063) §0.919 pe ecco cue BENIE: 31-May-18 
Contingency $0.263 $0.250  (S0.013) $0.000 Crone ction change Order 3% 
ote! $7.739 $7.739 $4.651 Design as Percent of Construction: 8% 
Ube ie Wiles BINNIE peeacy Other as Percent of Construction: A2% 
Budget Spent ea eUe _NTP ee 
Initial Projected Difference To Date Schedule: [0 is. 
Design S0.166 $0.126 (S0.040) $0.113 
Construction 53.375 $3.375 S0.000 53.182 nos ; : : _ 
Other $2824  §2.980 $0156 $2.651 ed acini A eas eer: 31-Aug-18 
Contingency $0.126 $0.000 (S0.126) $0.000 9 Construction Change Order “4% 
vera 36.491 36.481 35.946 Design as Percent of Construction: 4% 
PTSID: 0144E Ee, SelDGE Legacy Other as Percent of Construction: 88% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.400 $0.430 S0.030 $0.393 
Construction $1.205 $1.205 $0.000 $1.176 Oe E : 
Other $1142  $1.118 ($0,024) $0.968 pace ea! eee 31-May-18 
Contingency $0.060 $0.054  (S$0.006) $0.000 De COnEERGEHaE Change Orden 3% 
ote! 32.807 32.807 32.537 Design as Percent of Construction: 36% 
SLE soe) TYEE BBIPGE bepacy Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-16 | 22—Dec-16 ]| 05-Oct-18 
Design $0.350 $0.375 $0.025 $0.094 
Construction $2.629 $2.709 $0.079 $2.683 ~ : ; 
Other $1615 $1,620 §0.005 $1,265 ee BENTY: 31-May-12 
Contingency $0.131 $0.022  (S0.110) $0.000 of Conetrocdon Change Grder: 1% 
Total 34.726 34.726 22,081 Design as Percent of Construction: 14% 
Prion gy ie TYRE® BRIDGE Leary Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Sep-16 | 10-Feb-17 | 06-Sep-18 
Design $2.516 $2.516 $0.000 $0.654 
Construction $9.387 $9.387 $0.000 $9.526 ae : : 
Other $2.675  §2.672 ($0.003) $1.061 a Ae sea eect obi 31-Jub18 
Contingency S0.469 S0.469 $0.000 $0.000 Or Cone nicHon change Omen 2%, 
otal $15.047__$15.044 $11.240 Design as Percent of Construction: 27% 
PUES et UMS ee peeacy, Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [21-Jul-16 | 15-Nov-16 | 11-May-18 
Design $0.859 $0.934 S0.075 $0.555 
Construction $5.700 $5.700 S0.000 $5.850 _ . . nat 
Other $2.031  $1.985 ($0.047) $0.963 dp antonestepe ll aa aeNe: eats 
Contingency $0.285 $0.257 (S0.029) $0.000 Ge aastiicion Change Order 7% 
Total $8.875 $8.875 $7.367 Design as Percent of Construction: 16% 
Pn: Oise! TEE ERIDEE Legacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Mar-16 | 01-Jul-16 | 04-Oct-17 
Design $0.895 $0.916 $0.021  $0.870 
Construction $8.168 $8.268 $0.100 $8.256 a : ; 
Other $2294 $2,414 §0.120 $2.161 si iiga reas een: 31-Oct-17 
Contingency $0.385 $0.144 (S0.241) $0.000 Seen hte Gaanee Gnien 7% 
Total 911.742 __$11.742 311.287 Design as Percent of Construction: 11% 
P25 wh Nes EUR. EEeeey. Other as Percent of Construction: 29% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.180 $0.236 S0.056 $0.201 
Construction $1.927 $2.128 $0.201 $2.128 Pa : . 7 
Other $1.040 $0616  ($0.424) $0.586 le cairn e a aeNe: 31-Dec-1/ 
Contingency $0.096 S0.000 (S0.096) $0.000 96 Construction Change Order: 11% 
doll 33.243 32.981 32.915 Design as Percent of Construction: 11% 
PTSID: 0012L TYRES BRIDGE Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.250 $1.265 $0.015 $1.442 
Construction $16.971 $16.975 $0.004 $16.514 ee : : : 
Other §2.913  $2.898 ($0.015) $3.735 pee ee BENE: SU Oct 18 
Contingency S0.763 $0.759  (S0.004) $0.000 Or Cone nicHon change Omer “3% 
Veuel 921.897 _521.897 321.690 Design as Percent of Construction: 7% 
piso ize TBE SPBIDGE Leeacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Jul-16 ]| 05-Oct-16 | 20-Jun-17 
Design $0.159 $0.159 S0.000 $0.135 
Construction S0.500 $0.500 S0.000 $0.450 as ; . : 
Other 0.642  $0.204 ($0.437)  $0.179 ale ae ani aes an NTPs 31 May 13 
Contingency $0.025 $0.023 (S0.003) $0.000 af Conetrucdon Change Odden 0% 
Total $1.325 $0.885 $0.764 Design as Percent of Construction: 32% 
a el TERE, EDS Legacy Other as Percent of Construction: A1% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [weSJan=17)] T8=sep=19) 
Design $1.200 $1.262 $0.062 $1.025 
Construction $7.700 $8.124  $0.424 $7.736 Bo: : ; ea 
Other $4.174  $3.553 ($0.621) $2.875 sili anata aE NE: SEEN are 
Contingency $0.385 $0.000 (S0.385) $0.000 Se ene ts Grange Onan BY, 
Total $13.459__$12.940 $11,635 Design as Percent of Construction: 16% 
PDR Oe INEESEBIDSE pea Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.200 S0.200 S0.000 $0.186 
Construction $1.700 $1.700 S0.000 $1.681 = : . , 
Other $1549 $1,557 §0.008 $0.838 sd ranne eed aaa aN: 31-May-12 
Contingency $0.085 $0.077 (S0.009) $0.000 GUE anstnucHon Change Order 9% 
otal 33.534 33.534 32.706 Design as Percent of Construction: 12% 
Bree Deed PEN ERIDSE Legacy Other as Percent of Construction: 92% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.300 $0.301 $0.001 $0.114 
Construction $4.500 $4.500 $0.000 $4.414 Oe ; : ee 
Other $1.53 $1555. $0024 61,473 pace ea! een 30-5e0-18 
Contingency $0.250 $0.225 (S$0.025) $0.000 SConeaacing hanes Orden 1% 
ote! 36.581 36.581 36.001 Design as Percent of Construction: 7% 
Ee aOaeer URE sBRIPGE Legacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [01-Sep-16 | 14-Feb-17 | 28-Aug-19 
Design $2.941 $3.222 $0.281  $3.078 
Construction $15.200 $12.880 (S2.320) $13.442 - ; . - : 
Other $2.368  $1.692 (0.676) $1.761 ee een 31-Dec-15 
Contingency S0.760 $0.000 (S0.760) $0.000 Bf Conetructon change Grder: "7% 
Total $21.269__$17.794 318.282 Design as Percent of Construction: 25% 
prslDy Godan SPE BRIDGE Leeary Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Aug-16 | 02-Aug-17 | 14-Dec-18 
Design $0.350 $0.350  $0.000 $0.364 
Construction $1.300 $1.710 $0.410 $1.812 ae : : Tunes 
Other $1.069 $1,069  §0.000 $1.061 a Aiea SEN: 3h-Decl8 
se a ae ova (50.106) ee % Construction Change Order: 46% 
= = - Design as Percent of Construction: 20% 
ae Dee IMIR: EINES peeacy, Other as Percent of Construction: 62% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [asa sunK 16 | 7 =sep= 16 
Design 50.000 $0.000 $0.000 $0.000 
Construction $0.201 $0.201 S0.000 $0.186 _ : . 
Other $0.122 $0.110 ($0.012) $0.056 a barat a aL NIE: 31-Oct-16 
Contingency $0.055 $0.055 S0.000 S0.000 Be COnSrIGOn Change Orden 0% 
fotal $0.378 30.366 $0.243 Design as Percent of Construction: NA 
PYSIDE QO549 CE rERAO NS Leer Other as Percent of Construction: 55% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 $0.000 $0.000 
Construction $0.197 $0.197. $0.000 $0.177 es . ; a 
Other $0.333  $0.333 §0.000 $0,074 pee ero) a esl Sen-16 
Contingency $0.025 $0.025 $0.000 $0.000 SC ANCHICHOR, Gaanee Order 0% 
otal 30.555 30.555 30.250 Design as Percent of Construction: NA 
ae Doneae UNE OBER SWING beeaey Other as Percent of Construction: 169% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.202 $0.202 S0.000 $0.185 er : . 
Other 0.223  $0.223  $0.000 $0.160 oe cairn es a aeNy: 30-sen-16 
Contingency $0.024 $0.024 $0.000 $0.000 ep CaneerUctiOn Chatwe Sider: 0% 
Total 30.449 30.449 30.344 Design as Percent of Construction: NA 
laa EE Seats EeGery Other as Percent of Construction: 110% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.010 $0.010 $0.000 $0.000 
Construction $0.658 $0.658 $0.000 $0.508 a : : 
Other $0.474 $0.474 $0.000 §$0.431 se AUelee cial Jase oO ct 1G 
Contingency S0.008 $0.008 S$0.000 $0.000 Or Cone nicHon change Omer "13% 
ote! 31.150 31.150 30.939 Design as Percent of Construction: NA 
eee nett TBE OPERATING Leeacy Other as Percent of Construction: 72% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [01-Nov-15 [01-Mar-16 | 18 
Design S0.100 $0.500 S0.400 $0.188 
Construction $6.000 $6.195 $0.195 $6.005 as ; . 
Other $0.969  $0.290 ($0.679) $0.016 al ae ani as ar NI 30-Jun-17 
Contingency $0.315 $0.000 (S0.315) $0.000 af Conetrucdon Change Odden 0% 
Total $7.384 36.985 $6.210 Design as Percent of Construction: 8% 
prslDe pis26 PEE CEPR STINE Leeany Other as Percent of Construction: 5% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [04-Mar-16 | 26-May-16 | 31-May-17 
Design $0.000 $0.000  $0.000 $0.000 
Construction $1.185 $1.185 $0.000 $1.144 Pa : : rete 
Other $0.403  §0.403 $0.000 $0.118 silanol od BENE: oa ae 
See ee ve ee 30.000 pees % Construction Change Order: 2% 
: - : Design as Percent of Construction: NA 
PIS De UIE UMass enna bIS pean Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Mar-16 | 02-May-16 | 27-Oct-17 
Design S0.000 S0.000 $0.000 (S0.018) 
Construction $2.400 52.080 (S0.320) $2.069 = : . 7 r 
Other $0.538 $0.685  $0.147 $0,638 sd i ranne neta a ae Ne: RIES N aM 
Se meee epee (50.085) pee % Construction Change Order: -12% 
- - - Design as Percent of Construction: NA 
EIB ODE IRE QPEne ne beeecy Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000 $0.000 
Construction $3.143 $3.148  $0.005 $2.399 Oe ; : Ca 
Other $0507  §0.602 $0.095 $0.564 pace ea! eee 30-Apr-18 
Contingency $0.100 $0.000 (S0.100) $0.000 De COnEERGEHaE Change Orden 1% 
Uae) 33.750 33.750 32.964 Design as Percent of Construction: NA 
PTSID: O116N USES Ia AUS Legacy Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [LL6-Mar-16 | 
Design $0.000 S0.000 S0.000 S0.000 
Construction $2.100 $1.680 (S0.420) $1.671 - ; . - - 
Other $0577.  §0.667 §0.091 $0,561 aor a BeNTP: 31-Dec1/ 
Contingency $0.100 $0.000 (S0.100) $0.000 af Conetrocdon Change Onder "19% 
Total $2.77 32.347 $2,232 Design as Percent of Construction: NA 
Plo ae TPES PERATINS Legacy Other as Percent of Construction: 40% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Sep-16 | 31-Jan-17 | 05-Dec-17 
Design $0.295 $0.117. ($0.178) $0.107 
Construction $2.850 53.379 $0.529 $3.323 ae ; . ; : 
Other $0.952 $§1.041  $0.089 $1.037 hs carmel aaa Bene al 
Contingency $0.143 $0.000 (S0.143) $0.000 af Construction Change Order 19% 
Fotal 34.239 34.537 34.467 Design as Percent of Construction: 3% 
Epp Oiee EE: PAVEMENT Legacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 23-Aug-17 
Design $0.250 $0.173 ($0.077) $0.173 
Construction $4.559 $4.181 ($0.378) $4.181 = : ; ee 
Other $1.446 $1878  §0.432 $1,878 Dear ada aeNTE: 31-Oct-17 
Contingency $0.228 $0.000 (S0.228) $0.000 Oy GoReercnen Ghanee One "10% 
Total 36.483 36.232 36.232 Design as Percent of Construction: 4% 
EPID Olean TEE PAVEMENT beeacy. Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23-Sep-16 | 13-Dec-16 | 27-Nov-17 
Design S0.300 S0.280 (S0.020) $0.240 
Construction 53.871 53.566 (S0.305) $3.566 _ ’ . pede: 
Other $1043 $0.855 ($0.188) $0.855 be aia nae ee aa een 31-Oct-17 
Contingency $0.174 $0.000 (S0.174) $0.000 Oe BHeTICHIGH chaneé drder “2% 
dota! 35.388 24,701 34.661 Design as Percent of Construction: 8% 
EBIP Ds TSE Ey EMENT Lepaey Other as Percent of Construction: 24% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Mar-16 | 26-Jul-16 | 29-Dec-17 
Design S0.200 $0.215 $0.015 $0.188 
Construction $2.600 $2.600 $0.000 $2.701 Oe ; : aoe 
Other $1.000  $0.970 ($0.030) $0,855 pace ema! oe pose 17 
Contingency $0.150 $0.165 $0.015  $0.000 Scone ouciag hanes Orden 5% 
ote! 33.950 33.950 33.744 Design as Percent of Construction: 8% 
LY BE AAV EMEND papacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Oct-15 | 31-Mar-16 | 30-Nov-16 
Design $0.370 $0.371 $0.001 $0.162 
Construction 52.600 $2.700 $0.100 $2.663 ~ : ; Bac 
Other $1391  $1.173  ($0.218) $0.962 el aor BeNTP: 30-Nov-16 
Contingency $0.158 $0.000 (S0.158) $0.000 af Conetrocdon Change Grder: 90, 
Total 34.518 34.243 33.787 Design as Percent of Construction: 14% 
PrSID: GO76N IEE Pees Leary Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Jul-16 | 28-Sep-16 [18-Nov-16 
Design $0.072 $0.056 (S0.016) $0.056 
Construction S0.688 $0.601  (S0.087) $0.601 ot ; : nee 
Other $0.321  $0.287 ($0.034) $0.287 a Aes ecstak SEN: 31-Dec-16 
Contingency $0.062 $0.000 (S0.062) $0.000 SA CONG RICO Caanee onier "13% 
otal $1.143 30.944 $0.944 Design as Percent of Construction: 9% 
SUS ere TYPE: PAVEMENT bseecy Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: ie dana17) | Ps=Nev=17 
Design $0.115 $0.093 ($0.022) $0.093 
Construction $2.417 $2.327  ($0.090) $2.327 -_ . : eat 
Other $0.806  $0.704 ($0.102) $0.704 dann steel aaa ane: PSI 
Contingency $0.151 $0.000 (S$0.151) $0.000 Se anctruedon Gianee Biden “AY, 
otal 33.488 $3,124 33.124 Design as Percent of Construction: NA 
a al TPE PV EMENE Legacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.300 $0.057. (S0.243) $0.047 
Construction $6.700 $8.361 $1661 $7.602 a : ; ve 
Other $6.216  $5.248 ($0.968) $4,971 si cigan pola Bene pital Laat 
Contingency $0.450 $0.000 (S0.450) $0.000 Seen hte Gaanee Gnien 26% 
OES $13.666__513.666 312.620 Design as Percent of Construction: 1% 
Pies UIE VNR MELE EEeeey. Other as Percent of Construction: 63% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Mar-16 J 26-Jul-16 | 09-Jun-17 
Design $0.100 $0.053 ($0.047) $0.000 
Construction $1.200 $1.247 $0.047 $1.185 = : ; cate 
Other $0.896  $0.897 §0.001_‘$1.110 ala GENIE: eam 
Contingency $0.054 $0.000 (S$0.054) $0.000 GGanchuciea Change Onick 1%, 
ou 32.250 $2.197 32.295 Design as Percent of Construction: 4% 
pilbe teeth TEE, TAe/OUHER ea Other as Percent of Construction: 72% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-16 | 30-Aug-16 | 11-Jul-17 
Design $0.161 $0.137. ($0.024) $0.117 
Construction $1.700 $1.726 $0.026 $1.446 is . : reer 
Other $0543 $0567 $0.024 $§0.396 ee aN: 31 Mayu. 
Contingency S0.077 S0.050 (S0.026) $0.000 9: Construction Change Order: A% 
ifotal 32.480 32.480 31.958 Design as Percent of Construction: 8% 
Pete US eal beeacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Jan-16 | 18-May-16 | 31-May-17. 
Design S0.070 S0.070 $0.000 $0.068 
Construction $2.300 $2.300 $0.000 $2.245 or : ; rents 
Other $1.331  $1.331 §0.000 §0.883 pee al uecen a oes ee Mav-17 
Contingency $0.134 $0.134 $0.000 $0.000 Econ ction Grane Oren 6% 
otal $3.835 33.835 $3.196 Design as Percent of Construction: 3% 
PU SUEE ees UMS MAG peeacy Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 $0.191 $0.091 S0.068 
Construction $1.029 S0.840 (S0.189) $0.860 a ; . 3 
Other 50.566 0.320  ($0.246) $0.680 Anticipated completion at NTP: 31-May-17 
; # of months late: 
Contingency $0.039 $0.131 $0.092 S0.000 % Construction Change Order: “6% 
Total $1.734 31.482 $1.608 Design as Percent of Construction: 23% 
Pinan) IPE REE Legacy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.072  $0.072 $0.072 
Construction $1.761 $1.609  ($0.153) $1.609 ee : ; Sept! 
Other $0.739  $0.848  §0.109 §0.845 mi kane a gat BENE Be LL 
Contingency $0.135 $0.000 (S0.135) $0.000 Ge CaneaeTIOn Gaanee Oren 6% 
Total $2.635 32.528 92.525 Design as Percent of Construction: NA 
PS 25 WUE Whasee Us ae Legacy Other as Percent of Construction: 53% 


FFY16 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.025 $0.026 $0.001 $0.025 
Construction $2.136  $2.131 —($0.005) $2.055 - nie 
Other $0.771 $0997  §0.226 $1.275 le caida a aeNy tila 
Contingency $0.113 S0.000 ($0.113) $0.000 3f Construction Change Order: 1% 
Total 33.045 33.154 33.354 Design as Percent of Construction: NA 
PTSID: 0071V TYEE: TRACHE Leary Other as Percent of Construction: 47% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L21-Sep-16_ 
Design $0.230 $0.230 $0.000 $0.168 
Construction $1.235 $1.260 $0.025 $1.199 1 : : 
Other $0.822  $0.828  §0.006 $0.796 pee ee aENTE: 31-Oct-17 
Contingency $0.062 $0.031  (S0.031) $0.000 Or Cone nicHon change Omer 7% 
ote! 32.349 32.349 32.163 Design as Percent of Construction: 18% 
Psi 00800 UMass Leeacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-16 | 02-May-— 
Design $0.329 $0.171 ($0.158) $0.146 
Construction $2.512 $2.553 $0.041 $2.395 a : ; 
Other $1393 $1561  $0.168  $1.359 ale ae an as ar NI 31-Dec-18 
Contingency $0.251 $0.023 (S$0.228) $0.000 a Conetrucdon Change Gaer 6% 
Total 34.485 34.308 $3.901 Design as Percent of Construction: 7% 
Pi TIRES URAEEIE Leeacy Other as Percent of Construction: 61% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.31-Dec-15 | 31-Jul-16 | 31-Oct-17 
Design $0.000 $0.000  $0.000 $0.000 
Construction $3.980 $3.980 $0.000 $3.942 a : : ee 
Other 0.838  $0.833  ($0.005) $0.785 sili tanmaget oi BNE eters 
Contingency S0.000 S0.005 S$0.005 $0.000 bf CORO rHon Grange Onan BY, 
Total 34.818 34.818 34.726 Design as Percent of Construction: 
pe ee: UNAS UNAS Lesa Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [02-Mar-16 J 01-Jun-16 | 14-Apr-17 
Design $0.125 $0.125 S0.000 S0.066 
Construction $0.978 $0.978 S0.000 S0.873 = ; . 
Other $0.951  §0.951  $0.000 $0.657 sd ranne need aaa ate 31-May-17 
Contingency S0.050 S0.050 $0.000 S0.000 GUE anstnucHon Change Order 0% 
Total $2,104 $2,104 31.596 Design as Percent of Construction: 13% 
hel aD aS TRE TRAEHE Legacy Other as Percent of Construction: 97% 


FFY16 


Budget Spent Advertise NTP Complete 

Initial | Projected Difference To Date Schedule: (0 a é 
Design $0.250 $0.115 ($0.135) $0.115 

Construction $0.528 $0.465  (S0.063) $0.465 ore : : eis 
Other $0.300  $0.482 0.182 §0.482 pat ncore nec! aeNe ea 
Contingency S0.036 $0.000 (S0.036) $0.000 Or CORSETOG Ach ReerOrdeE: 19% 
Total $1.113 $1.061 $1.061 Re oy ee eta re : 
Design as Percent of Construction: 25% 
pee UUs gale Legacy Other as Percent of Construction: 104% 
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FFY17 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-May-17] 01-Feb-18 
Design $0.343 $0.343 $0.000 $0.321 
Construction $6.957 $6.957 $0.000 $6.784 - ; : ae 
Other $1.711 $1875 $0.164 $2.122 ee aes Baers 
Contingency S0.400 $0.236  (S$0.165) $0.000 OF eonetraedan change eraee 7% 
Total $9.411 39.410 $9.228 Design as Percent of Construction: 5% 
ETSIDE O10 TPE SRIBGE Legacy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 | 30-Jan-18 | 15-Nov-19 
Design $1.155 $1.155 S0.000 $1.151 
Construction $5.797 $6.009 $0.212 $6.005 ee : : ae 
Other $3.700  $3.700 §0.000 $1.414 mel kane ate alias ae ea eaY 
Contingency $1.958 $1.746  (S0.213) $0.000 br Cone Eniction chente Oren 7% 
HOES! $12.610__$12.610 $8.570 Design as Percent of Construction: 19% 
IEEE EE EB IDGE Eso) Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 14-Dec-17 | 18-Aug-20 
Design $0.534 $0.629 $0.095 $0.528 
Construction $15.915 $16.025 $0.110 $15.625 ~ , ; aa 
Other $2.731 $2,601 ($0.130) $2.035 ee arrest aati 31-May-20 
Contingency $0.875 $0.800  (S0.075) $0.000 os Caistruction change Gian AY, 
Total $20.055_520.055 $18,188 Design as Percent of Construction: 4% 
PISIRy DE tee Pe nlhGe Eeeary Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Jul-17 | 24-0ct Bussep= 0] 
Design $0.637 $0.637 $0.000 $0.631 
Construction 52.056 $2.056 $0.000 $1.970 ae P ; ee 
Other $1.300  $1.360  $0.060 $0,939 pe rece ye cue gees 30-Sep-19 
Contingency $0.163 $0.103  (S0.060) $0.000 erence lction change Order 7%, 
ote! $4.156 $4,156 $3.539 Design as Percent of Construction: 31% 
Uses Obes INBECPRIEGE peeacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.700 $0.932 $0.232 $0.911 
Construction $12.450 $13.657 $1.207 $13.535 nos ; : ‘ - 
Other $2.753  $2.556 ($0.197) $2.548 ed acini pA sas aeNIy 30-Nov-13 
Contingency 50.700 $0.000 (SO.700) $0.000 of Construction Change Order: 10% 
vera $16,603 __ 917.145 316.994 Design as Percent of Construction: NA 
PISID: Ue SS ORIDGE paced Other as Percent of Construction: 19% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design $2.532 $2.532 $0.000 $2.499 
Construction $12.373 $12.779 $0.406 $12.253 a b : 
Other $4.122 $4260 $0138 $2.114 pace ema! eee eee 
Contingency $1.670 $1.127. ($0.544) $0.000 SCORE aucing hanes Orden 2% 
Uae 320.697 _520.697 316.866 Design as Percent of Construction: 20% 
Pipe ae Ute UMS ENRIOe Legacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [22-Sep-17] 27-Mar-18 | 31-Jul-20 | 
Design $1.749 $1.749 S0.000 $1.586 
Construction $34.533 534.533 $0.000 5$34.235 - ; . 
Other $3.285  §3.285  §0.000 $2.620 ee BeNTY: 31-May-21 
Contingency 53.047 $3.047 S$0.000 $0.000 af Conetrocdon Change Grder: 1% 
Total $42.613__542.613 938.441 Design as Percent of Construction: 5% 
PrsID: O114U IPE ERIE RE Leary Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Sep-17 | 27-Mar-18 | 15-Dec-20 
Design S0.846 S0.796 (S0.050) $0.720 
Construction $16.907. $19.283 $2.376 $19.134 ae : : 
Other Sige Gigee, (Gs) Slyes a Ares eu estak aENTE SEMEN 
Contingency $1.350 $0.050 (S1.300) $0.000 or Cone nlcHon change Omen 19% 
Upel $22.638__$22.638 $22.586 Design as Percent of Construction: 4% 
ial TYE sPRIDGE Legacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Sep-17 [28-Mar-18 
Design $0.872 $1.072  $0.200 $0.976 
Construction $15.400 $21.000 $5.600 $19.313 _ . . ae 
Other $2.089  §2.204 $0115  $1.990 sd aatonestepe ll aa acne: eee 
oe Pesan on (50.215) oe % Construction Change Order: 37% 
- - . Design as Percent of Construction: 5% 
Pip: Olan TYEE RIDES Eeeacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 | 23-Mar-18 | 13-Apr-21 
Design $1.534 $1.534 $0.000 $1.533 
Construction $19.229 $19.312  $0.083 $18.070 a : ; 
Other $2615  $4.406 $1,791 $5.401 si iiga potas Bene 31-Dec-19 
Contingency 51.900 $0.025 (S$1.875) $0.000 Seen hte Gaanee Gnien 0% 
OES! 925.278 __$25.278 325.004 Design as Percent of Construction: 8% 
BUS NEES BBIUGE papacy Other as Percent of Construction: 23% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Aug-17 | 26-Feb-18 | 04-Dec-19 | 
Design S0.460 $0.579 $0.119 $0.377 
Construction $8.477 $8891 $0.414 §$8.840 - 
Other $1.453  $1.369 ($0,083) $1.516 oe carne a aeNy 30-un-20 
Contingency $0.450 S0.000 (S0.450) $0.000 96 Construction Change Order: 1% 
Total 310.840 __ 910.839 310.733 Design as Percent of Construction: 7% 
PIsIDSOETaN TRE: BRIDGE EeGary Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L20-Sep-17 | 12-Dec-17 | 13-Nov-18 
Design $0.600 $0.560  (S0.040) $0.552 
Construction $6.800 $7.200 $0.400 $7.085 ee : : 
Other $1.512 $1149 (§0.363) $0.956 pa eee tauae 1 30-Jun-19 
Contingency $0.350 $0.000 (S0.350) $0.000 BP COReERcHon caanee Grace 90, 
Total 39.261 38.909 38.592 Design as Percent of Construction: 8% 
PIS 2s (SEE RESPRIEGE Leeacy, Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec- 
Design S0.000 $0.000 $0.000 S0.000 
Construction $250.630 $269.633 $19.003 $160.992 as ; . ' 
Other $121.776 $108.429 ($13.347) $26.244 al ae ani aes ae NTE: 30-Nov-23 
Contingency $37.595 $31.938 ($5.657) $0.000 of Construction Change Gaer 90, 
Lic) $410.000_$410.000 pie7-238 Design as Percent of Construction: 
pile O0ere IRE: PRIDBE PeBacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 | 18-Nov-19 
Design S0.650 $1.250 $0.600 $0.859 
Construction $9.400 $7.400 ($2.000) $9.620 a : : pate 
Other ($0.067)  $2.856  $2.923 $1.913 sis tamed BLUE: pense 
Seen ere crac (0.700) Bee % Construction Change Order: 41% 
: - . Design as Percent of Construction: 17% 
PINs Cee UM ee SIS pea Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 | 11-Jan-18 | 17-Apr-19 
Design $0.379 $0.379 S0.000 S0.367 
Construction $1,511 $1.579 $0.068 $1.581 - : ; 
Other $0.824  §0.824 $0,000 $0.654 sd oauae seeped a aeNte: 31-May-12 
Contingency $0.075 $0.007 (S0.068) $0.000 GUE anstnucHon Change Order 5% 
otal 32.789 32.788 32.603 Design as Percent of Construction: NA 
EISIBS OO1SE ge beeecy Other as Percent of Construction: 52% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Aug-17 | 11-Oct-17 | 24-Jul-20 
Design $0.150 $0.331 $0.181  $0.287 
Construction $12.320 $12.320 $0.000 $11.232 a b : eran 
Other $5.220 $4.085  ($1.135) $2.677 pace ea! Ms elena 
Contingency $1.358 $0.162  ($1.196) $0.000 SConeaacing hanes Orden "19% 
ote! 319.048 _516.898 314.197 Design as Percent of Construction: NA 
TEMES UGS INS ENIBIO® Legacy, Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.425 $0.530 $0.105 $0.425 
Construction $12.137. $12.137 $0.000 $12.654 ~ : ; Tas 
Other $3,032 $3.198 $0166 $1.766 el aor as ae SEA eae 
Contingency $1.214 $0.942  (S0.272) $0.000 af Conetructdon Change Onder 6% 
Total $16.808__$16.808 $14.845 Design as Percent of Construction: 4% 
PisiOe QIAN TYRE: BRIDGE Legacy Other as Percent of Construction: 26% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17] 
Design S$0.000 S0.000 $0.000 S0.000 
Construction S0.500 $0.500 S0.000 S0.475 ve ; . ee 
Other $0.327.  $0.327. $0.000 $0,161 hs sarrnrel aaaas BOE: Sl Oct 
Contingency S0.066 S0.066 $0.000 S0.000 of COnetrLICEIOn Change Order “5% 
Total $0.893 $0.893 $0.636 Design as Percent of Construction: 
Eiplb: (eae TEE. CEEROUINS Legacy Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544 $0.000 $0.495 = 5 : 
Other $0322  $0.322 §0.000 $0.159 eae t ada ae be OCS 
Contingency $0.066 $0.066 $0.000 $0.000 Oy GoReercnen Ghanee One 0% 
Total $0.932 $0.932 $0.653 Design as Percent of Construction: 
USES tebe USE lB US peGaet Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17 ] 31-Jul-17 | 02-Oct-17 
Design S$0.000 S$0.000 $0.000 $0.000 
Construction $0.578  $0.600  $0.022 $0.554 _ . tae 
Other $0322 $0.300 ($0.022) $0.269 be ia nate aa arNEE: 31-Oct-17 
Contingency S0.066 S0.066 S0.000 S0.000 96 Construction Change Order: 1% 
dota $0.966 $0.966 $0.823 Design as Percent of Construction: 
PTSID: 0084A TYPE: OPERATING begacy Other as Percent of Construction: 50% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1.182 $1.182 $0.000 $0.899 we ; : 
Other $0.449  $0.494 + §0.045 $0360 pace ea! BEN BONO Le 
Contingency $0.113 $0.068  ($0.045) $0.000 De COnEIRGEHaE Change Orden 1% 
Otel 31.744 31.744 31.259 Design as Percent of Construction: NA 
Pian Ue BE SOE EREMNG Lesacy Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 29-Jun-18 
Design $0.000 S0.000 S0.000 S0.000 
Construction $1.863 $1.978 $0.115 $1.900 - ; . 
Other $0,429 0.314 ($0115) $0.181 Anticipated CoMmplEnan at NTP: 30-Jun-18 
; # of months late: 
Contingency $0.133 $0.133 $0.000 $0.000 % Construction Chanse Order: 3% 
Total 32.425 32.425 32.081 Design as Percent of Construction: 
BESIDE GOBOX Pee ere vile Leeacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L28—Feb-17 | 31-May-17 | 31-Oct-18 
Design S0.000 S0.000 $0.000 $0.000 
Construction $2.011 $1.816  ($0.195) $1.664 ae : : : 
Other $0.839  $0.716 ($0.123) $0.657 a Aes esta SEN: 30-Apr-19 
Contingency $0.252 S0.430 $0.178 $0.000 Or Cone nlcHon change Omen "17% 
otal $3.101 32.962 $2,321 Design as Percent of Construction: 
pee Oe Tbe OPERATING Leeacy, Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-May-17 | 31-Jul-17 | 24-May-19 
Design $0.422 $0.443 $0.021 $0.288 
Construction 55.198 $5.348 $0.150 $5.336 _ . . 
Other $1076 $1506  $0.429 §1.464 dp anton steel aa ane: 37 De 1S 
Contingency $0.635 S0.000 (S0.635) $0.000 Ge ansticion Change Order 3% 
otal $7.331 37.296 37.089 Design as Percent of Construction: 8% 
Pipe Deni TEE SEERA INS Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.28-Feb-17 | 31-May-17 | 09-Aug-18 
Design $0.046 $0.046 $0.000 $0.000 
Construction $1.929 $1.929 $0.001 $1.612 ee . ; 
Other $0.406  $0.466  §0.060 $0.409 si iiigany oa Bene SERENE 
Contingency $0.140 $0.080 (S0.061) $0.000 Seen hte Gaanee Gnien "16% 
OES! 92.521 92.521 32.021 Design as Percent of Construction: 2% 
PI 2s ee UNGE OIE A DIS Eeseey Other as Percent of Construction: 24% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: ly) Beare) aie 
Design $0.133 $0.133 $0.000 $0.066 
Construction $1.100 $1.123 $0.023 $1.123 i : ; ices 
Other soea7 $0.388 | ($0.459) $0,349 -—-—=«Anticinated Completion at NTP: uaa 
Contingency $0.055 $0.000 (S0.055) $0.000 GGanciicdea Change enigh 10% 
tots 32.135 31.643 31.538 Design as Percent of Construction: 12% 
EPID Oat EE Poy ENENE Leary Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.500 S0.500 $0.000 $0.122 
Construction $6.200 $6.606 $0.406 $6.326 ae ‘ ; oe 
Other §2.437 $2.317-($0.120) §2.048 aNd easel aaa eles 30-Nov-18 
Contingency $0.314 $0.028  (S0.286) $0.000 pCa Gnncaan caanee order 3% 
pel 39.451 39.451 38.497 Design as Percent of Construction: NA 
Eis Bra OOye IEE EA VEMENT useage) Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 i E 
Design S0.600 S0.380 (S0.220) $0.380 
Construction $6.786 $6.682 (S0.103) $6.682 ae F . 2 : 
Other $1.093  $0.955 ($0.138) $0.955 hs aroma aaa ae elo 
Contingency $0.339 S0.000 (S0.339) $0.000 af Construction Change Order 1% 
Total $8.817 $8.017 $8.017 Design as Percent of Construction: 6% 
EipID: OPRBN ee ee Legacy Other as Percent of Construction: 14% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Jul-17 ] 31-Oct-17 | 25-Sep-18 
Design S0.400 $0.420 $0.020 $0.218 
Construction $3.000 $3.000  $0.000 $1.605 = 3 : 
Other $1317 $1.337.  $0.020 0.529 Dial aaa pee 30-Nov-18 
Contingency $0.300 $0.260  (S0.040) $0.000 Oy GoReercnen Ghanee One "8% 
Total $5.017 35.017 $2.352 Design as Percent of Construction: NA 
PURE Grea EE TEV EMENL Leeacy, Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.414 $0.414 S0.000 $0.338 
Construction $5.278 $5.278 + $0.000—-$5.018 os , neti: 
Other 1.194  $1.064 ($0.130) $0.778 be aia nae ee aa een eee sen-18 
Contingency $0.238 $0.000 (S0.238) $0.000 96 Construction Change Order: 3% 
qotal $7,123 36.756 36.135 Design as Percent of Construction: 8% 
Pipe oer) NEE En VENIENE Eapaey Other as Percent of Construction: 20% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26 
Design S0.710 S0.710 S0.000 $0.573 
Construction 627185 $3.135 $0.000 $2.396 Oe : : 
Other $0.941  $0.941  §0.000 $1,272 pace ea! oe 31-May-13 
Contingency $0.149 $0.149 $0.000 $0.000 Scone ouciag Ch ee Order: 0% 
Total $4.935  $4.935 $4.241 Ree Me a ee re i 
Design as Percent of Construction: 23% 
Pi 2s Meals UNS VELEN besecy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: a 
Design $0.767 $0.384  (S0.383) $0.384 
Construction $4.751 $4.502 (S0.250) $4.502 - ; . 7 7 
Other $2197  $0.899  ($1.299) $0.97 el ar a BeNTY: 31-May-18 
ea ree eee ($0.200) pia % Construction Change Order: -4% 
- - - Design as Percent of Construction: NA 
PEsie R08 TW TRE: Pee MENT Legacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.390 $0.465 $0.075 $0.358 
Construction $4.637 $5.169 $0.532 $4.874 ae : : 
Other $2.735  §2.420 ($0.315) $1.080 a Aes eae esta gene: 30-Nov-18 
Contingency S0.300 $0.008  (S0.292) $0.000 Ocone hicHon Chan Sone 5% 
Total $8.062 _ $8.062 $6.312 ae 6 zh 2 
Design as Percent of Construction: NA 
PUREE Meals RESO VEMENT Peeacy, Other as Percent of Construction: A7% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [14-Oct-16 | 12-Jan-17 | 
Design $0.130 $0.205 S0.075 $0.112 
Construction $3.960 $4.094 $0.134 $4.028 ‘4 . : 
Other $1242  $1.196 ($0,046) $0.862 sd atne net aa at INTE: 31 Aus ot 7 
oa reer eae ($0.163) re % Construction Change Order: 2% 
- - - Design as Percent of Construction: NA 
Pisip; O1abe TE PevEVEn Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Jul-17 | 04-Oct-17 | 01-Dec-17_ 
Design $0.110 $0.110 S0.000 S0.070 
Construction $0.880 $0.880  $0.000 $0.744 ow : ; 
Other $0.525 $0525  §0.000 $0,229 si duigany peat een: 31-Dec-18 
Contingency $0.044 $0.044 $0.000 $0.000 Sconce Ch Gries 5 
Total $1.559 $1,559 $1.043 Sue eenaes yee wave Cece ae : 
Design as Percent of Construction: NA 
Pee Ls UNG MEANT PEeeey. Other as Percent of Construction: 60% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08-Sep-17 | 14-Dec-17 | 21-Dec-18 
Design S0.600 S0.600 S0.000 S0.493 
Construction $5.900 $5.980 S0.080 $4.149 er ’ . 2 : 
Other $2.238  $2.238 + $0.000 $1.436 le caida a aeNy 31-May-19 
Contingency $0.295 $0.215  (S$0.080) $0.000 eF Oaneenaction Chaiwe Sider: = A% 
total 39.033 39.033 36.078 Design as Percent of Construction: 10% 
PTSID: 01732 PRE EVENT Leeaey Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 | 18-Sep-18 
Design $0.300 $0.132 ($0.168) $0.132 
Construction $3.334 $2.432  ($0.902) $2.432 ee : : Pete! 
Other $1.299  $0.673 ($0.625) $0.673 pee ee aENTE: 30-Nov-18 
Contingency $0.202 $0.000 (S0.202) $0.000 Or Cone nicHon change Omer "14% 
ote! 35.134 33.237 33.237 Design as Percent of Construction: NA 
Pee Wale RESP OVEMENT Legacy, Other as Percent of Construction: 28% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 $0.098 (S0.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 i : ; Pens 
Other $0.374  $0.132-—-($0.242) $0,132 hs aroma aaa Bene OL! 
Contingency $0.016 S0.000 (S0.016) $0.000 of COnetrlichion Change Order 0% 
Fotal $0.715 $0.453 $0.453 Design as Percent of Construction: 44% 
ip IDs OLEBM a la Legacy Other as Percent of Construction: 59% 
ee: OTHER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.150 $0.165 $0.015 S0.000 
Construction $2.800 $2.800 S0.000 $2.830 a : . - 
Other $1.701  $1.686 ($0.015) $1.152 eb oar alee aps 31-Oct-19 
Contingency S0.140 $0.140 S0.000 $0.000 of Canstruction Change Order 3% 
Total $4.791 34.791 $3.982 Design as Percent of Construction: 6% 
Ep at TYPE TAE(OTHER Legacy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L05=Dec-16_ 
Design $0.000 $0.000  $0.000 $0.000 
Construction $41.826 $46.339 $4.513 $39.520 ee : ; ee 
Other $15.572  $14.703 ($0.869) $11.864 mi kane a gat ae TNE: as 
Contingency $4.183 $0.539 (S3.644) $0.000 Ge CaneaeTIOn Gaanee Oren 0% 
Ue 361.580 __ 961.580 351.385 Design as Percent of Construction: 
Pee Uses TYPE: TAP/OTHER Legacy Other as Percent of Construction: 32% 
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TRAFFIC 

Budget Spent Advertise NTP Complete 

Initial | Projected Difference To Date Schedule: [31-May-17 ] 30-Sep-17 | 31 
Design $0.040 $0.022 (S0.018) $0.000 
Construction S0.250 $0.000 (S0.250) $0.000 = : . See! 
Other $0.200  $0.453 $0.253 §0.383 alien genre eAtestes oa 
Contingency $0.030 $0.045 $0.015  $0.000 Baconstnuctl Ch enigh 0% 
Total $0.520 _$0.519 $0.383 gaia acinar scneh amen : 
Design as Percent of Construction: NA 

Se ede EE TRAEE ea Other as Percent of Construction: 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: gz U7 SO=Nev= ti 02=Nev=e 
Design $0.117 $0.067 (S0.050) $0.062 
Construction $0.530 $0.491 (S0.039) $0.491 me : ; Fae 
Other $0.236 $0.327.  $0.092 0.311 pM asl ae abe 30-Nov-18 
Contingency $0.050 $0.047. (S0.003) $0.000 Se Cancnncaan chance order 5% 
pel 30.933 30.933 30.863 Design as Percent of Construction: NA 
RUE Ee Waeals UME UALS prea Other as Percent of Construction: 67% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.260 $0.236 (S0.024) $0.224 
Construction $1.531 $1.630 $0,099 $1.289 _ er 
Other $1.226  $1.235 $0,009 $1.044 sh Sarre aaa Bene cae, 
Contingency $0.153 $0.001 (S0.152) $0.000 af Construction Change Order 6% 
rotal $3.170 $3.102 $2.558 Design as Percent of Construction: NA 
Eile: Olea Masa ale peeacy Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.040 $0.040 $0.000 $0.027 
Construction $0.579 $0.579  $0.000 $0.532 = : ; 
Other $0.653 $0661 $0.008 $0.084 Diarra arte eee 
Contingency $0.037 $0.029  (S0.008) $0.000 Oy GORetrcnen Gaanee Ofer 0% 
eel $1,308 31.308 $0.643 Design as Percent of Construction: NA 
ESE eee) NEE STRATES paca! Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design $0.042 S0.037 (S0.004) $0.000 
Construction $0.700  $0.710 $0.010 $0.673 os , aes 
Other $0.745  $0.739  ($0.006) $0.451 be aia nae ee aa ave: soul 
Contingency $0.032 $0.032 S0.000 $0.000 96 Construction Change Orders 6% 
dota! $1,518 $1,518 $1,123 Design as Percent of Construction: 5% 
Epp Ones IEE TREEPe Eepaey. Other as Percent of Construction: 104% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [04-Jan-17 | 28-Mar-17 ] 25-May-18 
Design $0.330 $0.405 $0.075 $0.159 
Construction $1.468 $1.468  $0.000 $1.354 Oe , : ae 
Other 2.016  $1.949  ($0.068) $0.872 pace eu! eee REM EN ate 
Contingency $0.075 $0.068  ($0.008) $0.000 De COnEIRGEHaE Change Orden 5% 
otal 33.889 33.889 32.385 Design as Percent of Construction: 28% 
SUEDE RESIDE E i pepacy Other as Percent of Construction: 133% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 16-Jan-18 
Design $0.236 $0.221 ($0.015) $0.073 
Construction $1.100 $1.100 $0.000 $0.938 ~ . : : 
Other $0.414 $0594  §0.180 $0,426 apr a eens 30-Apr-13 
Contingency $0.165 $0.000 (S0.165) $0.000 af Conetrocdon Change Grder: "1% 
iota $1.915 31.915 $1,437 Design as Percent of Construction: 20% 
Persie DOL? TE TRAFEE Legacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Aug-17] 21-Nov-17 | 10-Aug— 
Design S0.065 S0.065 $0.000 $0.000 
Construction $0.549 $0.561 $0.012 $0.435 ae : : Pate 
Other $0.430 $0445 §0.015 $0.260 fia deoe eS als ML 30-Nov-18 
Contingency S0.055 $0.028  (S0.027) $0.000 Ocone hicHon change Omen "1% 
otal $1.098 $1.098 $0.695 Design as Percent of Construction: 12% 
BU suo EE RTDE Legacy Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Feb-17 | 24-May-17 | 29-Jun-18 
Design $0.228 $0.228 S0.000 $0.193 
Construction $1.403 $1403 $0.000 $1.377 7 . ae 
Other $0511  $0.511  §0.000 $0.653 ed acne net a aunts cain 
Contingency $0.140 $0.140 $0.000  $0.000 Se anctruedon Gianee Biden 5% 
otal $2,282 $2,282 $2.223 Design as Percent of Construction: NA 
EPID OO) Tre Terre bepecy Other as Percent of Construction: 36% 
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FFY18 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Sep-18 | 05-Dec-18 | 08-Oct-20 | 
Design $1.237 $1.212 ($0.025) $0.981 
Construction $7.300 $7.500 $0.200 $6.854 - ' ; ieee 
Other 1.853  $2.042 $0.189 §2.101 ee aes eee 
Contingency $0.378 $0.014  ($0.364) $0.000 @ paaeticden change Brice 10% 
Total $10.768__$10.768 $9.936 Design as Percent of Construction: 16% 
ices re eRe. Legacy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Sep-18 | 18—Dec-18 | 31-Aug-20 
Design $0.819 $0.819 $0.000 $0.652 
Construction $7.695 $7.765 $0.070 $7.649 = : ; eae 
Other $1.529  §1.529  §0.000 $1.303 mel kane atl alias oe SEN ee 
Contingency $0.385 $0.315  (S0.070) $0.000 br Cane tndction chente Oren 35% 
Total $10.427__$10.427 $9.604 Design as Percent of Construction: 11% 
ele PE EB IDGE Lesa Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18-Sep-18 | 05-Dec-18 | 31-May-20 | 
Design $0.998 $0.998 S0.000 $0.882 
Construction $2.664 $2.664  $0.000 $2.659 a ; ; ieee 
Other $0.895  $0.916  §0.021 $1.070 ee aera as aes aati 31-May-20 
Contingency $0.080 $0.059  (S0.021) $0.000 oh Caistruction change Gian 5% 
Total 34.637 34.637 34.611 Design as Percent of Construction: 37% 
Peslo: Doles TPE eRIDSE Lebar Other as Percent of Construction: 34% 
Budget Spent Advertise NTP 
Initial | Projected Difference To Date Schedule: [3 | ov 
Design $1.125 $1.000 ($0.125) $0.756 
Construction $3.633 $4.433 $0.800 $3.886 ae P ; Pete 
Other $2174 $1,370 ($0.804) §1.074 pe ec ye cue ae SEEN EAY 
Contingency $0.180 $0.000 (S0.180) $0.000 CGR lcton change Order 31% 
ote! $7.112 36.803 $5.715 Design as Percent of Construction: 23% 
FUSER ine We EINES peeeey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: lo4=Sep=210)) 
Design 51.480 $1.480 S0.000 $1.306 
Construction $6.500  $6.500 $0,000 $4.514 - . ee 
Other $2133 §2.133.  §0.000 $1,211 ed acini pA oes ac: 31-May-21 
Contingency $0.625 $0.625 S0.000 S0.000 9 Construction Change Order 3% 
Total $10.738_$10.738 37.030 Design as Percent of Construction: 23% 
PTSID: 0013U PES OnIDGE Legacy Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Sep-18 | 26-Nov-18 | 23-Nov-20 
Design $0.520 $0.520 $0.000 $0.394 
Construction $5455 $5.519 $0.164 $4.247 ee E : e 
Other $1.830  $1.686 (0.144) $0.913 pace ua! een 31-May-21 
Contingency $0.375 $0.355  ($0.020) $0.000 De COHEERGEHIE Change Orden a% 
ote! 38.080 38.080 35.554 Design as Percent of Construction: 9% 
Pie 2c UNS INS ENIDIO® Legacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Nov-17 | 28-Aug-18 | 02-Jul-20 
Design S0.450 $0.450 S0.000 $0.434 
Construction S6.700 $6.700 S0.000 $6.551 - ; . 
Other $2.626 §2.626  §0.000 $0,740 ae aa BENTY: 30-Jun-21 
Contingency $1.040 $1.040  $0.000 $0.000 Bf Canetniction Change Order: 1% 
Total 310.816 __$10.816 37.725 Design as Percent of Construction: 7% 
PESIGEDOTTE TYRE® BRIDGE Leeary Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Nov-17 ] 30-Oct-18 
Design S0.788 S0.788 $0.000 $0.284 
Construction $10.729 $10.729 $0.000 $9.051 ae : : ; 
Other $3.381  $3.381 $§0.000 $1.451 a Aes acest SEN: 31-Oct-22 
Contingency 51.609 $1.609 S$0.000 $0.000 OF Cancenicnian change Omen 0% 
otal $16.508__$16.508 $10.786 Design as Percent of Construction: 7% 
FUE ee IIMs EISIPIGE peeacy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.460 $0.510 S0.050 $0.444 
Construction $2.502 $2.552 $0.050 $2.499 7 . : ae 
Other $1944 $1944  §0.000 §0.813 dp aatonestepe ll a aene: Ee eeaY 
Contingency S0.250 $0.150 (S0.100) $0.000 Ge aastiicion Change Order 3% 
Total $5.156 $5.156 $3.756 Design as Percent of Construction: 20% 
De Ons TEE: ERSE Legacy Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Feb-18 [14-Jan-19 
Design $0.774 $0.774 $0.000 $0.601 
Construction $9.980 $9.980  $0.000 $7.064 a : ; : 
Other $2115  $2.115  §0.000 $1.619 si dciiigany oa een: 30-Jun-22 
Contingency 51.000 51.000 $0.000 $0.000 Seen hte Gaanee Gnien 3% 
OES! 313.869 _513.869 39.284 Design as Percent of Construction: 8% 
P25 ed Unie ESI. Baa) Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Aug-18 | 15-Nov-18 | 10 
Design S0.800 S0.792 (S0.008) $0.663 
Construction $5.944 $6.303 $0.359 $6.010 aoe : : 
Other $1598  $1.643  §0.045 —$2.009 le calearre ad cl eae 
ae ree ee (30.396) ree % Construction Change Order: 12% 
: : : Design as Percent of Construction: 13% 
PIsID 00725 TRE: BRIDGE EeGeny Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [26-Sep-18 | 14-Jun-19 | 14-Dec-20_ 
Design $0.397 $0.397 $0.000 $0.433 
Construction $1.664 $1.664 $0.000 $1.609 ee : : 
Other $0.834  $0.834 §0.000 —_$0.400 A elsnee eel ue 30 1un- 20 
Seen cate oa 90.000 ee % Construction Change Order: 4% 
- - Design as Percent of Construction: 24% 
PUSIee doe RESP BIEGE DeBary, Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Nov-17 | 06-Mar-18 | 13-Dec-19° 
Design $0.375 $0.375 $0.000 $0.272 
Construction $2.322 $2.322 $0.000 $2.065 - : ; 
Other $1.260  $1.260  §0.000 $1.032 ale ae anil aes ar NI 31lan-21 
Contingency $0.115 $0.115 $0.000 $0.000 SricoeERICHOn chan aaninn 50% 
Total $4.072 $4,072 $3.368 6 - 
Design as Percent of Construction: NA 
Epil we TNRE PRIDEE Leary Other as Percent of Construction: 54% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Oct-17 | 30-Jan-18 | 15-Nov-18 
Design $0.500 $0.500  $0.000 $0.382 
Construction $1.702 $1.702 $0.000 $1.646 om : : 
Other $1.290  §1.290  §0.000 $0.695 silliest od ae NE: SUTURE 
ae eee pe 50.000 ee % Construction Change Order: 0% 
= = - Design as Percent of Construction: 29% 
EISIB O202 INBEEGIESE bspaey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Jul-18 | 26-Sep-18 | 02-Dec-19 | 
Design $0.625 $0.625 S0.000 $0.270 
Construction $1.520 $1.520 $0.000 $1.428 - : ; 
Other $1348  §1.348  $0.000 $0.652 sd aun nee pola a ante S0-un-20 
Contingency S0.076 S0.076 S0.000 S0.000 a Construct Ch Brder =5 0; 
Total $3.569 —_$3.569 $2.349 ea eabeahe carla chalaiels Naud Sena : 
Design as Percent of Construction: 41% 
EreB Oe0re EES SED ee Legacy Other as Percent of Construction: 89% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.040 $1.040 S0.000 S0.769 
Construction $6.868 $6.868 $0.000 $1.258 Oe , : 
Other $3.440  §3.440  §0.000 $0.630 pace ea! BEN 31-Aug-22 
Contingency 50.340 $0.340 $0.000 $0.000 SConeaacing hanes Orden 0% 
Uae 311.688_511.688 32.656 Design as Percent of Construction: 15% 
Pies eS UN EMIBIOe Legacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: OArSep=2 0) 
Design S0.370 S0.370 S0.000 $0.230 
Construction 53.808 $4.227 $0.419 $3.472 a ; ; 
Other $1,687  $1.204 ($0.483) $1.113 ee BENTY: ZOepE 20 
Contingency $0.250 $0.159  (S0.091) $0.000 af i CaneHncton Change Grdar: 20% 
iota 36.115 35.960 34.814 Design as Percent of Construction: 9% 
prslDy GNLa0 TYPES RIDGE Leeary Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: eee lec21 | 
Design $0.801 $0.801  $0.000 $0.845 
Construction $10.000 $14.880 $4.880 $10.323 ae : : 
Other §2.815  §2.815  §0.000 $1,949 a Aes esta gene: 31-Dec:-21 
Contingency S0.900 S0.900 S$0.000 $0.000 oF Cancenicnan change Omen 1% 
Upel $14.516__$19.396 $13,117 Design as Percent of Construction: 5% 
PUL EEE Me ESe Leeacy. Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-May-18 | 07-Aug-18 | 24-Aug-20. 
Design $0.775 $0.791 $0.016 $0.658 
Construction 53.661 $3.727 S0.066 $2.965 i : . iu 7 
Other $1.733 $1,726 ($0,008) $1.128 ed atne net a au NTE: eltan ir erAs 
Contingency S0.300 $0.225 (S0.075) $0.000 Ge aastiicion Change Order: 3% 
otal 36.469 36.469 34.750 Design as Percent of Construction: 21% 
PIsIp: O1A7e TIVEET ERIDSE Legacy Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-18 | 26-Sep-18 | 05-Nov-20. 
Design $0.789 $0.789 $0.000 $0.536 
Construction $1.988 $2.008  $0.020 $1.994 ow : ; 
Other $3,052  $3.052 §0.000 $2,358 sil duiigny potas at NE: 30-Nov-21 
Contingency $0.099 $0.079  (S0.020) $0.000 Seen hte Gaanee Gnien 19% 
Total $5.928 35.928 34.888 Design as Percent of Construction: 39% 
PSE sO 208 NEES BRIUGE Eeeacy Other as Percent of Construction: 152% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: -May— 
Design S0.000 $0.000 $0.000 $0.000 
Construction $0.342 $0.342  $0.000 $0.350 = ; ; Tee 
Other $0.218  $0.218  §0.000 $0.044 alien aa GNP: od OS 
Contingency 50.040 $0.040 $0.000 $0.000 See ORetHICiGh Change onige 0% 
ror 30.600 30.600 30.394 Design as Percent of Construction: 
pralDEOlese EE ee Enetne Deeaay Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.22—Dec-17 | 26-Mar-18 | 05-Sep-18 
Design S0.000 S0.000 S$0.000 $0.000 
Construction $0.666 $0.666 $0.000 $0.584 = : ; : 
Other $0.251 $0.251 0.000 $0.062 aNd pascal ae abe 31-Oct-18 
Contingency $0.033 $0.033 S$0.000 $0.000 of Construction Change Order: 0% 
Une 30.950 30.950 30.646 Design as Percent of Construction: 
ee IEE SOLER SING UsBgey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [_20-Dec-17 | 08-Mar-18 | 15-Aug-18 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.698 $0.698 S0.000 $0.625 ae ; . nibs 
Other $0.251  $0.251  §0.000 $0.069 sb Sarre aaa ae emSleate 
Contingency $0.033 $0.033 $0.000 $0.000 of Concttiction Change arden 0% 
rotal $0.982 $0.982 30.694 Design as Percent of Construction: NA 
PTSID: 01058 TEE OPEN Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [|_27-Dec-17 | 20-Feb-18 | 11-Oct-18 | 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1,237 $1.237 $0.000 $1.216 = : : 
Other $0.339  $0.339 + §0.000 $0,211 Duara alae aeNTE: 30-Nov-18 
Contingency $0.075 $0.075 $0.000 $0.000 Oy GoReercnen Ghanee One "7% 
Vv $1,651 31.651 $1.427 Design as Percent of Construction: 
PLE CATE UMBEY EERSTIMS Leeacy, Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: \2eAuGE Nei|Pe=pedat)| 
Design S0.000 $0.008 S0.008 S0.000 
Construction $2.009 $2.009  $0.000 $2.590 - : : ie 
Other $0.340  $0.362  §0.022 $0.445 tbe ata noe ee aa een 30-Nov-18 
Contingency 50.060 S0.030 (S0.030) $0.000 96 Construction Change Order: 39% 
dota $2.409 32,409 33.035 Design as Percent of Construction: 0% 
PTSID: 01056 IEE OrenauNs LeBacy Other as Percent of Construction: 18% 


A- 25 


FFY18 


Budget Spent Advertise NTP Complete 

Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000 $0.000 
Construction $1.427 $1.427 $0.000 $1.429 a b : 
Other $0.339  $0.339 §0.000 $0,125 pace ema! pelle 30-Jun-19 
eens ee ee 50.000 ee % Construction Change Order: 0% 

: : . Design as Percent of Construction: 

Pec UNE RE Ore REMNG Legacy Other as Percent of Construction: 24% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18-May-18 | 25-Jul-18 | 24-Jun-19 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.523 $1.523 $0.000 $1.563 ~ : ; 
Other $0.402  $0.402  §0.000 $0,153 el aor BeNTP: 30-lun-13 
Contingency $0.075 $0.075 S$0.000 $0.000 Be Conetniction Change Gras 6% 
Uc 32.000 32.000 31.717 Design as Percent of Construction: 
prsIDy O1055 IREE: Chen wine Deeaky Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [11-Sep-18 | 04-Feb-19 | 24-Sep-19 
Design $0.108 $0.108 S$0.000 5$0.076 
Construction $1.147 $1.152 $0.005 $1.134 ae : : 
Other $0307 $0.307  $0.000-—$0.123 a Aes stah SEN: 31-Dec-18 
Contingency $0.060 $0.055  (S$0.005) $0.000 Ee anciian Grange onien 0% 
otal $1.622 31.622 $1.333 Design as Percent of Construction: 9% 
PU EE ae IIe: SOE STING Leeacy, Other as Percent of Construction: 27% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [4 i= U7) BO =Mar=13 Pe =sep=il9)| 
Design 50.800 S0.800 $0.000 $0.590 
Construction 56.089 56.083 (S0.006) $5.239 _ ; . 
Other $1.603 $1,603 §0.000 $1,019 a Rare a aL NIE: ae 
Contingency $0.713 $0.719 S0.006 S0.000 Be COnSrIGOn Change Orden 5% 
Total $9.205 $9.205 36.847 Design as Percent of Construction: 13% 
len eeeee TEE PAVEMENT Leeary Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: .13-Nov-19 
Design S0.670 S0.670 S$0.000 $0.209 
Construction $1.630 $1.630 $0.000 $1.518 es : ; 
Other $0.801  $0.801  $0.000 §0.549 pee aero) ae 30-Jun-20 
Contingency $0.105 $0.105 $0.000 $0.000 SC ANCHICHOR, Gaanee Order 7% 
otal 33.206 33.206 32.276 Design as Percent of Construction: 41% 
PYSID: 00127 UVa SAWELE NI been Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.358 $0.358 S0.000 $0.252 
Construction $2.728 $2.738 $0.010 $2.372 ae : ; eine! 
Other $0.768  $0.768  §0.000 $0.524 oe cairn es a aeNy 31-Aug-12 
Contingency $0.135 $0.125  ($0.010) $0.000 eP CaneeRUctiOn Chaiwe Sider: 3% 
Total 33.989 33.989 33.148 Design as Percent of Construction: 13% 
PTSID: 0171D PRE even Leeacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Mar-18 | 12-Jun-18 | 30-Nov-18 
Design $0.180 $0.180 $0.000 $0.102 
Construction $2.324 $2.324 $0.000 $2.007 ee : : 
Other $0.928  $0.928  §0.000 $0.738 pee ee ae: 31-May-19 
Contingency $0.116 $0.116 $0.000 $0.000 Or Cone nicHon change Omer "10% 
Total 33.548 33.548 32.847 Design as Percent of Construction: 8% 
Be Otes VBE PAVEMENT Legacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Mar-18 [15-Jun-18 | 
Design S0.300 $0.300 $0.000 S0.055 
Construction $1.395 $1.395 $0.000 $1.032 as ; . 7 
Other $0.717. §0.717. + $0.000 ~—-$0.399 al ae ani aes ar NI 31-May-12 
Contingency $0.140 $0.140 $0.000 $0.000 SA ConeRICHGn chatige Griee 104 
otal $2.551 $2.551 31.485 Design as Percent of Construction: 22% 
pill Ol 7eh BES POV EMENE Leary Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-18 | 12-Apr-18 | 14-Dec-18 
Design $0.460 $0.460  $0.000 $0.368 
Construction $3.995 $4.545 $0550 $4.473 ae : ; ae 
Other $1509  $1.059 ($0.450) $1.009 sili ane o BENE EERE Sewt 
Contingency $0.208 $0.108 (S0.100) $0.000 bf CORO ron Grange Onan 16% 
iOEs! 36.172 $6.172 35.850 Design as Percent of Construction: 10% 
HME EEE UMAE Ai Ga pega Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [21-Se | osea! 
Design $0.755 $0.755 S0.000 $0.635 
Construction $7.373 S7.464 S0.090 $5.551 = : . 7 
Other $1478 $1,550  §0.072 $1.437 sd i ranne ee old aaa ante 31-May-20 
Contingency $0.350 $0.188 (S0.162) $0.000 GUE anstnucHon Change Order “22% 
otal 39.956 39.956 37.623 Design as Percent of Construction: NA 
Elep  O0ou ee eve MEN Legacy Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.380 $0.303 ($0.077) $0.276 
Construction $1.241 $1.273, $0.033 $1.273 or ’ : 
Other $1.640  $1.160 (0.480) $1.187 pcre ou! oe SiN Tees 
Contingency $0.062 $0.000 (S$0.062) $0.000 De Coneinaetian Change Orden 5% 
Uae 33.323 32.736 32.736 Design as Percent of Construction: 24% 
PYSID: 01386 UNSEEN TEND Legacy, Other as Percent of Construction: 91% 
TAP/OTHER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: sAprH 18 |/29=sun-18 |i24-Oet=19 
Design S0.246 S0.246 S0.000 S0.000 
Construction 52.490 52.490 $0.000 $2.520 te : ; 
Other $1.288 $1,288  §0.000 $0.979 albeit a gut 31-0ct-12 
Contingency 50.180 $0.180 $0.000 $0.000 DAC GR ICLIGH chang Gide 7% 
Total 34.203 34.203 33.498 Design as Percent of Construction: 10% 
PTSID: 0021S TYPE: TAP/OTHER EeBaey Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28—Feb-18 [07-Jun-18 | 26-Jun-20 
Design $0.135 $0.194 $0.059 $0.262 
Construction $3.186 $2.844 ($0.341) $3.817 = : ; ee 
Other $0538  $1.024  §0.487 $1,242 sd utes pula ae ere 
Contingency $0.395 $0.000 (S0.395) $0.000 ECGS OcHOn Grange Omen 11% 
Total 34.254 34.062 $5.320 Design as Percent of Construction: 7% 
eee Naess Ut Vale OMIA ceeaey Other as Percent of Construction: 36% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Jun-18 | 01-Oct-18 | 31-Oct-19 
Design $0.155 $0.126 (S0.029) $0.120 
Construction $1.065 $0.774  ($0.291) $0.761 - : ; 
Other $0516  $0.457  ($0.059) $0.457 eb carer ata aon: 3i-Dec-13 
Contingency $0.061 S0.000 (S0.061) $0.000 of Canstruction Change Order “21% 
Total $1.797 $1.357 $1.338 Design as Percent of Construction: 16% 
pielie ae? IES Sener Leeacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Aug-18 | 26-Oct-18 | 31-Oct-19 
Design $0.240 $0.240  $0.000 $0.209 
Construction $0.745 $0.773 $0.028  $0.709 oe : ; 
Other $0.724 $0.724 + $0.000 —$0.229 poe cues ae 31-May-20 
Contingency $0.075 $0.047. (S0.028) $0.000 Ge CaneaeTIOn Gaanee Onen "50% 
Total 31.784 31.784 31.147 Design as Percent of Construction: 31% 
PYSID. G025K MAAS Ue ae Legacy, Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [14-Sep-18 | 15-Nov-18 | 08-Nov-19 
Design $0.550 $0.570 $0.020 $0.509 
Construction S0.460 $0.510 $0.050 $0.432 er : . 
Other $1155  $0.595 ($0.560) $0.419 le calearrn es a BONE: 31-May-20 
Contingency $0.050 $0.050 $0.000  $0.000 OF Caneeroctat Change Bidar: 3% 
Jota 32.215 31.725 31.360 Design as Percent of Construction: 112% 
Eile TES ern EeGeny Other as Percent of Construction: 117% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.445 $0.464 $0.020 $0.411 
Construction $1.668 $1.783 $0.115 $1.516 ae : : 
Other Silva, Give’ (nevi) Sale) eA elee ee teatal Jae RRR 
Contingency $0.083 $0.027. (S0.057) $0.000 Or cone rlction change Omer 19% 
HOES 33.817 33.817 33.053 Design as Percent of Construction: 26% 
ae TBE TRATES Lazar Other as Percent of Construction: 87% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14-Sep-18 | 14-Nov-18 | 14-May-19 
Design $0.050 $0.047 (S0.003) $0.043 
Construction $2.285 $2.227 ($0.058) $2.227 as : ; ia 
Other $0.654 $0.199 ($0.455) $0.202 ale ae anil aes aENTE cee 
Contingency $0.114 $0.000 ($0.114) $0.000 are Gre niCHGn chatige Griee 10% 
Total 33.104 $2.473 $2.473 Design as Percent of Construction: 2% 
pislbe Oa7e2 PEE Ree Eeeacy Other as Percent of Construction: 9% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28—-Feb-18 | 24-May-18 | 05-Sep-19 
Design $0.375 S0.380 S0.005 $0.322 
Construction $2.092 $2.102 $0.010 $1.924 om : : eae 
Other $0.930  $0.925 ($0,005) $0.770 silisliaray poled BENE: eS 
Contingency $0.110 $0.100 (S0.010) $0.000 bf CORO rHon Grange Onan “20% 
Total $3.507 $3.507 $3.016 Design as Percent of Construction: 18% 
PUES MeN UMASS GEIS pea Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Mar-18 | 26-Jun-18 | 23-Jun-20 
Design S0.650 $0.771 $0.121 $0.583 
Construction $7.335 $7.316 (S0.019) $6.145 _ , . cae 
Other $2920 $3118  $0.198 §2.751 sd eau aa ate 31-0c1-20 
Contingency S0.367 S0.067 (S0.300) $0.000 GUE anstnucHon Change Order “10% 
Total $11.272__$11.272 39.479 Design as Percent of Construction: 11% 
EieIpe noe eal beeecy Other as Percent of Construction: 43% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.100 $0.100  $0.000 $0.087 
Construction $0.630 $0.630  $0.000 S$0.665 Oe : : 
Other $0571  $0.571  §0.000 §0.317 pace au! ele 31-May-20 
Contingency 50.044 $0.044 $0.000  $0.000 SConeaacing hanes Orden 11% 
ote! 31.345 31.345 31.069 Design as Percent of Construction: 16% 
Ee eee NEE OED Legacy Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.594 S0.609 $0.015 $0.443 
Construction 53.000 $3.100 $0.100 $2.506 ~ : ; 
Other $1807 $1,992  §0.185 $1,870 el aor as BNP: 31-May-20 
Contingency S0.300 $0.000 (S0.300) $0.000 Bf Conetrocdon Change Grder: 3%, 
Total 35.700 35.700 34.818 Design as Percent of Construction: 20% 
Pelee O07 AF aeEE: Rene Leeaty Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.060 S0.060 $0.000 $0.038 
Construction $1.600 $1.600 $0.000 $1.554 ae : : 
Other $0.841  $0.841  §0.000 §0.151 a Aes eu estah SEN: 31-May-12 
Contingency S0.086 S0.086 $0.000 $0.000 Ocone hicHon change ener 0% 
Upel $2,587 32.587 31.743 Design as Percent of Construction: 4% 
HEE uae! uae Peeacy, Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Jun-18 | 29-Aug-18 | 03-Jul-19 | 
Design S0.070 S0.070 S0.000 $0.025 
Construction $0.767 $0.767 $0.000 $0.655 ca ; : Stic: 
Other $0.476  $0.476  $0.000 $0.068 sd atne net aa au NTE: EER MSSRE, 
Contingency 50.040 $0.040 S0.000 S0.000 a Construction Change Order “8% 
otal $1.353 $1.353 30.748 Design as Percent of Construction: 9% 
Pipe neat TEES TRSEEIE Legacy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.503 $0.448  (S0.055) $0.399 
Construction $1.500 $1.522 $0.022 $1.416 ow : ; 
Other $1.022  $0.867  ($0.156) $0.892 si uigny peas Bene cident 
Contingency $0.075 $0.000 (S0.075) $0.000 Seen hte Gaanee Gnien 2%, 
Total 33.100 32.836 32.706 Design as Percent of Construction: 29% 
Di EUUES NESSES Ene Baa) Other as Percent of Construction: 57% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | i 
Design $0.556 $0.672 $0.116 $0.613 
Construction $1.051 $1.065 $0.014 $1.017 os : ; : 
Other $0.504 $0.445  ($0.059) $0.360 Anticipated Completion at NTP: 31-May-19 


# of months late: 


Contingency $0.083 $0.012  (S0.072) $0.000 96 Construction Chaiee Order: 0% 
Total $2.194 $2.194 31.990 Design as Percent of Construction: 63% 
pesibepreen ES AEN EeGany Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.098 $0.054 (S$0.044) $0.045 
Construction $0.745 $0.783 $0.038 $0.722 ee ey 
Other $0.786  $0.792 0.006 $0.662 A alee aaah ae: 31-Aug-13 
Contingency $0.055 $0.055 $0.000 $0.000 BF COnCeRICon change Omer "3% 
ote! $1.684 31.684 31.429 Design as Percent of Construction: 7% 
PN (Mamba LeBacy, Other as Percent of Construction: 101% 
Budget Spent dverti NTP 
Initial Projected Difference To Date Schedule: 
Design 50.370 $0.361 (S0.009) $0.329 
Construction $1.486 $1.559  $0.073 $1.167 es ; ; tears 
Other $0.941  $0.755 ($0186) $0.727 ale as pani aes aENTE 30-Nov-18 
Contingency $0.075 $0.002 (S0.073) $0.000 SricoieERicHon chatige Grine 5% 
Total $2.872 $2.677 $2.224 Design as Percent of Construction: 23% 
plalb Ones gE TRAERIG Leeony Other as Percent of Construction: 48% 
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FFY19 
BRIDGE 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.865 $0.885 $0.020 $1.009 
Construction $9.173 $15.222 $6,050 $8.326 ae : : pee 
Other $1.898  $1.971  $0.073 §1.582 ee ae EN? 
Contingency $0.742 $0.384  ($0.358) $0.000 a eee ucHiGn change Brice 37% 
Total $12,678 __$18.463 $10.917 Design as Percent of Construction: 6% 
elelby O0les TE ERE Eeeacy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Aug-19] 21-Oct-19 
Design $0.798 $0.798 $0.000 $0.740 
Construction $10.222 $10.278  $0.056 $7.856 ee : : ee 
Other 2.207. $2.223 §0.016 $1.337 mel kane ata alias ae ea ee 
Contingency $0.511 $0.439  (S0.072) $0.000 Be Coneeruction chente Oren 0% 
Total $13.738__$13.738 $9.932 Design as Percent of Construction: 8% 
nea PEER IBGE psa Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [25-Jul-19 [21-Oct-19 
Design $0.638 $0.638 $0.000 $0.518 
Construction $5.150 $5.150  $0.000 $2.582 a ; ; apites 
Other §2.563  §2.563  $0.000 $1,285 ee areas eas ao 31-Oct-23 
Contingency $0.500 $0.500 $0.000 $0.000 os Construction change Gian 19 
Total $8.850 38.850 34.385 Design as Percent of Construction: 12% 
Ppl Ohi Ee neae ERBery Other as Percent of Construction: 50% 
Budget Spent ertise 
Initial | Projected Difference To Date Schedule: [28-Jun-19] 1: 
Design $1.013 $1.013 $0.000 $0.852 
Construction $6.040 $6.282 $0.242  $3.027 ae P : Pee 
Other $1194 $1,246 §0.052 $1,093 pe ecco cue gees 31-Dec:21 
Contingency $0.305 $0.011  (S0.294) $0.000 oF Caneeniction change Order 36% 
ote! $8.552 $8.552 $4.971 Design as Percent of Construction: 16% 
Pevoe GWE IRBERERIEGE Py Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: a 
Design S0.977 S0.977 $0.000 $0.830 
Construction 53.155 53.155 S0.000 $2.270 nos ; : ‘i t 
Other $1520 $1,520  §0.000 $0.609 ed acini pA as enh 31-Dec-21 
Contingency S0.160 S0.160 S0.000 S0.000 of Canseniction Change Order 1% 
vota 35.812 35.812 33.708 Design as Percent of Construction: 31% 
PISID: UOTSE i= OeOGE Legacy Other as Percent of Construction: 48% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Sep-19 | 06-Dec-19_ 
Design $0.700 $0.700 $0.000 $0.480 
Construction $3.982 $3.982 $0.000 $2.572 Oe , : Pane 
Other $1.920  §1.920  §0.000 $0.530 pace ea! ele 30-Apr-22 
Contingency $0.199 $0.199 $0.000 $0.000 SCORE aucing hanes Orden 6% 
otal 36.801 36.801 33.582 Design as Percent of Construction: 18% 
Pipe 26 EEE (NS ENDIO® besecy Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-May-19 | 09-Aug— 
Design $0.379 $0.379 S0.000 S0.266 
Construction $2.772 $2.772 $0.000 $2.280 ~ : ; ees 
Other $0.906  $0.906  §0.000 $0.729 el aera BENTY: 30-Sep-21 
Contingency $0.180 $0.180 $0.000  $0.000 af Conetrocdon Change Grder: 1% 
Total 34.238 34.238 33.275 Design as Percent of Construction: 14% 
Persie monty TNFEs BRIDGE Leary Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jun-19 | 04-Sep-19 [14-Oct-20 
Design S0.950 S0.950 $0.000 S0.761 
Construction $2171 $2.171 $0.000 $2.034 ae : : ere 
Other $1.351  $§1.351 §0.000 $0.696 a Aes eae esta gene: 31-Oct-21 
Contingency $0.250 $0.250 $0.000 $0.000 Ocone hicHon change Omen 50, 
Upel $4.721 34.721 $3.491 Design as Percent of Construction: 44% 
FUSIEE ORs IMR es EISEN peeacy, Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: eswee=2 
Design $0.436 $0.436 S0.000 $0.331 
Construction 52.368 52.368 S0.000 $1.943 a . . 7 ' 
Other $0.738  $0.853 §0.115 $0.892 sd acne nee aa acne: emesis 
Contingency $0.275 S0.160 (S0.115) $0.000 a Construction Change Order “71% 
Total $3.817 $3.817 $3.165 Design as Percent of Construction: 18% 
De Oia Tre DGE Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Apr-19 | 20-Aug-19 | 17-Nov-20. 
Design $0.494 $0.684  $0.191 $0.430 
Construction $2.586 $3.147. $0.561 $3.068 a : ; ee 
Other $1,741  $1.669 ($0.072) $1.541 Seger OU cia a 31-Mar-22 
Contingency $0.129 $0.000 (S0.129) $0.000 Seen hte Gaanee Gnien AG 
Total 34.950 35.500 35.039 Design as Percent of Construction: 22% 
Piven ates Vile ESI Eeeeey. Other as Percent of Construction: 53% 
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Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: Jan- 
Design $6.400 $5.450 (S0.950) $3.717 
Construction $57.980 $61.496 $3.516 $24.050 er ’ . : ‘ 
Other $7.066 $8,016  §0.950 $3.299 le caiaer ea a aeNy 31-May-23 
Contingency $4.500 $0.984 (S3.516) $0.000 3f Construction Change Order: 6% 
Total $75,946 _$75.946 331.066 Design as Percent of Construction: 9% 
PTSID: 2601E RE: BRIDGE Leary Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.900 $1.900 $0.000 $1.113 
Construction $14.639 $14.639 $0.000 $9.307 ee : : ee 
Other $3.898  §3.898  §0.000 $2.873 pee ee aENTE: A0-Jun-22 
Contingency S0.888 S0.888 S$0.000 5$0.000 Or Cone nicHon change Omer 3% 
Total 921.325 __$21.325 313.293 Design as Percent of Construction: 13% 
PUSIEE MAS IMBe: EINIPNGIE Leeacy, Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design 51.440 $1.440 S0.000 $1.090 
Construction $15.661 $15.706 $0.045 $7.587 as ; . : 3 
Other $5.065  $5.065  §0.000 $1.841 ale ae an aes ae NTE: 30-Nov-22 
Contingency S0.783 $0.738  ($0.045) $0.000 of Construction Change Gaer BY, 
Total $22.949__$22.949 $10.518 Design as Percent of Construction: 9% 
a ahd PERE, ERIDGE PeeaGy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-19 | 04-Feb-20 
Design $1.200 $1.200  $0.000 $0.734 
Construction $7.000 $7.000  $0.000 $4.735 ae : : eee 
Other $2.030  $2.455  §0.425 §1.209 sili ane od ae NE: SERS 
Contingency $0.500 $0.075 (80.425) $0.000 bf CORO rHon Grange Onan 2% 
Total $10.730__$10.730 36.677 Design as Percent of Construction: 17% 
PUES Muu IMR es BADE EES! Other as Percent of Construction: 35% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14—Dec—18 | 15-Apr-19 | 31-Jul-20 | 
Design $0.451 $0.521 $0.070 $0.228 
Construction $2.900 $2.900 S0.000 52.886 _ ; . ake 
Other $0.210  $0.210  §0.000 $0,041 tbe ia noel aa errr: eee eas 
Contingency S0.290 $0.220 (S0.070) $0.000 96 Construction Change Order: 0% 
aorta! $3,851 33.851 33.155 Design as Percent of Construction: 18% 
PTSID: 9003E TEE, GPeRatNs LeBacy Other as Percent of Construction: 7% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: SUS Jur =o 20-0 19 | 14-Oct-20 | 
Design $0.117 $0.117. $0.000 $0.098 
Construction $2.074 $2.074 $0.000 $1.970 a ; : 
Other $0.471  $0.471 $§0.000 §$0.082 pace ea! Ms eee A 
Contingency 50.100 $0.100 $0.000 $0.000 SCORE GGcing hanes Orden 0% 
Total 52.762 32.762 32.150 Design as Percent of Construction: 6% 
Piven Ma UMS IHS besacy Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-Jan-19 [14-May-19 | 01-Aug- 
Design 50.000 $0.000 $0.000 S0.000 
Construction $0.422  $0.422 $0.000 $0.360 - 
Other $0.247. $0.247  §0.000 $0.122 lh eo Hs ala aE: 31-Oct-19 
Contingency S0.050 $0.050 $0.000 $0.000 pArenetRUcicn change Gmiee 0% 
iota 30.719 30.719 30.483 Design as Percent of Construction: 
PTSID: O105H EE PEVeENIEDE EBay Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-19 | 06-Aug-19 | 31-Oct-19 
Design $0.024 $0.024  $0.000 $0.000 
Construction $0.681 $0.681  $0.000 $0.530 ae : ; Poe 
Other $0.242  $0.242 + §0.000 ~—$0.084 sd cuties pCa aa Ameer 
Contingency $0.100 $0.100 $0.000 $0.000 Er CORe cron Grange Omen 0% 
Total $1.047 $1.047 $0.614 Design as Percent of Construction: 4% 
PIL ee Gace URS AEA BLES) Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | iy Eisen] 
Design $0.024 $0.024  $0.000 $0.000 
Construction $0.723 $0.723 S0.000 $0.626 _ ; . 
Other $0.226  $0.226 + §0.000-—- $0,082 a ba rae a aL NIE: 31-Oct-19 
Contingency $0.075 $0.075 S0.000 S0.000 Be COnSrIGOn Change Orden 0% 
Total $1.047 $1.047 $0.708 Design as Percent of Construction: 3% 
PYSID: 28020 TEE Ev EMENT Eeeaey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Jan-19 | 08-Apr-19 
Design S0.000 S0.000 $0.000 $0.000 
Construction Sulky/ile! $1.824 $0.110 $1.639 = : ; 
Other $0.335  $0.337.  $0.002_-—$0.307 pee aero) ae: 31-Oct-19 
Contingency $0.133 $0.021 (S$0.112) $0.000 SC ANCHICHOR, Gaanee Order 6% 
otal $2,181 32.181 31.946 Design as Percent of Construction: 
PTSID: 2601D Vine AWEL SSI Paseo) Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Jan-19] 01-Apr-19 | 31-Oct-19 
Design S0.000 $0.000 S0.000 S0.000 
Construction $2.194 $3.301 $1.107 $3.035 as : ; fake 
Other $0557  $0.390 ($0.167) $0.395 le casera a BeNy: 31-Oct-13 
Contingency $0.220 $0.000 (S0.220) $0.000 OF Caneeroction Chaiwe Biden: 12% 
tot 32.971 33.691 33.430 Design as Percent of Construction: 
ae a EEE EeGeny Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-19 | 04-Jun-19 | 25-Oct-19 
Design $0.000 $0.000 $0.000 $0.000 
Construction $1.500 $1.555 $0.055 $1.422 re ; : : 
Other $0.280  $0.359 §0.079 _—§0.325 pee BENE: 31-Oct-19 
Contingency $0.150 $0.017. (S0.133) $0.000 Or cone rlction Caanee onier 8% 
Ue] 31.930 31.930 =iat Design as Percent of Construction: 
PUES Enis RE a VEMENT Leeacy, Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.024 $0.000 (S0.024) $0.000 
Construction $1.653 $1.660 S0.007 $1.526 as ; . F : 
Other $0.249 $0.273 +~—«$0.024~—-$0.204 al ae ani aes aENTE SEMEN EAL 
Contingency $0.075 $0.068  (S0.007) $0.000 af Conetruction Change Odden "8% 
nota! $2,001 $2.001 31.730 Design as Percent of Construction: 
pilD gente HEE? POW EMENT Leeacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: Ze=Mar= lol P0=Ap 70) 
Design $0.000 $0.000  $0.000 $0.000 
Construction $1.133 $1.166  $0.034 $1.040 ae : ; ee 
Other $0.288  §0.255 ($0.034) $0.107 sili tenet od BENE eee 
Contingency $0.079 $0.079 S$0.000 $0.000 bf CORO rHon Gaanee Gnicrn "Bo 
Ven $1,500 $1.500 31.146 Design as Percent of Construction: 
EIS Bac eoie TYEE EOVEMENT bseaey Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.665 $1.802 $0.137 $1.525 
Construction $12.884 $13.048 $0.164 $4.760 = : . ees 
Other $3.035  §2.898  ($0.137) $2.634 sd ranine eee old aaa ae Ne: eee 
Contingency S0.644 S0.480 (S0.165) $0.000 se onstruction Change Brder 1% 
otal 318.228 918.228 38.919 Design as Percent of Construction: 14% 
EISIBS 00020 EE ee een Eeeecy Other as Percent of Construction: 22% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.291 S0.326 $0.035 $0.161 
Construction 83.277 $3,277 50,000 52,763 Oe , : ee 
Other $0.831 $0.796  ($0.035) $0.526 pace ey een 30-Jun-20 
Contingency $0.157 $0.157 $0.000  $0.000 SCOR aucing hanes Orden "19% 
ote! 34.556 34.556 33.450 Design as Percent of Construction: 10% 
Pie Mess USS ETE Legacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Oct-18 | 02-Jan-19 | 23-Oct-19 
Design $0.320 $0.283 (S0.037) $0.051 
Construction $0.550 $0.557 $0.007 $0.431 ~ : ; 
Other $0532  $0.562  §0.030 $0.174 el ase een 31-Dec19 
Contingency $0.100 $0.100 $0.000 $0.000 af Conetrocdon Change Grder: 50% 
total $1,502 31.502 30.655 Design as Percent of Construction: 51% 
Peslgeniyei RES PAVEMENT Legacy Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: EAU ge 2 =Oce= bo 2orseo=20 
Design $0.342 $0.342 $0.000 $0.317 
Construction $2.239 $2.250 $0.011 $2.086 ae : : : 
Other $1158  $1.147  ($0.011) $0.737 a Aes ae stak hue SEMEN 
Contingency $0.175 $0.175 $0.000 $0.000 Scone nacian Change onier 0% 
otal $3.915 $3.915 $3.140 Design as Percent of Construction: 15% 
PUSUEE Moet RE OVEMENT peeacy Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-19 | 02-Mar-20_ 
Design $1.150 $1.150 S0.000 $0.594 
Construction $6.296 $6.296 S0.000 $3.400 _ . . F - 
Other $3,021  $3.021  §0.000 $1.289 dp aatonestepe ll aa ane: a 
Contingency $0.495 $0.495  $0.000 $0.000 Se anctrcdon Gianee Biden 0% 
Total $10.962_$10.962 $5.284 Design as Percent of Construction: 18% 
Pippy Biers TEE VEEN) Legacy Other as Percent of Construction: 48% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Aug-19 | 17-Dec-19 ]| 30-Jun-21 
Design $0.515 $0.515 S0.000 S0.450 
Construction $3.043 $3.043 $0.000 $2.293 a : ; : 
Other $1.025  §1.025  §0.000 $0,923 si diiigany oa Beni Nay od 
Contingency $0.175 $0.175 $0.000 $0.000 Seen hte Gaanee Gnien 0% 
OES! 34.758 34.758 33.666 Design as Percent of Construction: 17% 
P26 aA UNE UE ENT besaey Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Nov-18 | 15-Jan-19 | 30-Aug-19 
Design $0.325 $0.325 S0.000 $0.250 
Construction S6.247 S6.247 S0.000 $5.496 er ’ . 
Other $1.190  $0.990  ($0.200) $0.759 le cairn a aeNe 30-Sep-19 
Contingency $0.312 $0.000 (S$0.312) $0.000 OF Canetroctian Charge Older: "3% 
Total 38.075 37.562 36.505 Design as Percent of Construction: 5% 
PTSID: OO81Y PRE ee EMENT Leary Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: OASFan= TO 27=Nev= Lo 
Design $0.395 $0.408 $0.013 $0.369 
Construction $3.003 $3.405 $0.403 $2.882 ee : : 
Other $0.905  $0.704 ($0.201) §0.717 Acie au eiatal aE: 31-Dec-19 
Contingency $0.250 $0.035 (S$0.215) $0.000 Or Cone nicHon change Omer "1% 
ote! 34.553 34.553 33.968 Design as Percent of Construction: 12% 
Plies et RESP OVEMENT Leeacy, Other as Percent of Construction: 21% 
a FE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: ) 
Design S0.070 S0.070 S0.000 S0.017 
Construction $1.756 $1.801  $0.045 $1.676 a : ; re 
Other $0510  $0.465 ($0.045) $0.256 hs aroma aaa ae eee EAM 
Contingency $0.175 $0.175 S0.000 S0.000 af Construction Change Order 3% 
Total $2.511 $2.511 $1.948 Design as Percent of Construction: 4% 
EID, Oe IEE TRATES Eeeaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Nov-18 | 05-Feb-19 | 27-Nov-19 
Design $0.135 $0.135 $0.000 $0.049 
Construction $1.100 $1.100 $0.000 $0.916 ee : : 
Other $0.860  $0.860  §0.000 $0.488 Diao aaa pee 30-Aor-20 
Contingency S0.100 $0.100 $0.000 $0.000 O. COReERCHOn chanee Grace: "17% 
Total $2.195 $2.195 $1.453 Design as Percent of Construction: 12% 
Pee EE Ee Peeacy. Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Mar-19 | 14-May-19 | 04-Aug-20 
Design $0.134 $0.042  ($0.092) $0.000 
Construction $0.958 $1.081 $0.123 S0.946 _ , . 
Other $0.735  $0.749 §0.014 $0.598 be ata nae ee aca erie: 31-Dec-20 
Contingency $0.048 $0.003 (S0.045) $0.000 96 Construction Change Order: 13% 
dotal 31.875 31.875 $1,544 Design as Percent of Construction: 4% 
Ppp Peau IEE RAPE Epeey Other as Percent of Construction: 69% 
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Budget Spent NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Feb-19 | 28-Jun-19 | 02-Nov-20 | 
Design $0.560 $0.573 $0.013 $0.539 
Construction $1.296 $1.307. $0.011 $1.265 Oe : : Se 
Other $0.565  $0.565  §0.000 $0.308 pace ea! oa 30-Jun-21 
Contingency $0.060 $0.037 (S0.024) $0.000 OC ennetion cranes Orden 5% 
ote! $2,481 32.481 32.112 Design as Percent of Construction: 44% 
SUES UNE SI ORDIE Legacy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22M 1e=May— 190 S=7ull=20)) 
Design $0.424 $0.443 $0.019 $0.355 
Construction $1.125 $1.205 S0.080 S0.950 - ; . re 
Other $0569  $0.674 §0.105 $0,755 el ar a BeNTY: 30-Sep-20 
Contingency $0.043 $0.043 S0.000 S0.000 By Ganetnuction Change Orda 1% 
Total $2,161 32.365 32.059 Design as Percent of Construction: 37% 
Peele inet ANBEs TRAGEIG Leary Other as Percent of Construction: 56% 
Budget Spent Advertis NTP Complete 
Initial | Projected Difference To Date Schedule: 1B 238=san—19 |)13-pee=19) 
Design S0.500 S0.500 $0.000 $0.415 
Construction $1.939 $1.979 $0.040 $1.471 ae : : ere 
Other $0.910  $0.916  §0.006 $0.854 a Aes eae eestah SEN: 30-Jun-20 
Contingency $0.096 $0.050 (S$0.046) $0.000 Ee anciian Grange onien 104 
otal $3.445 33.445 $2,741 Design as Percent of Construction: 25% 
PUREE ee oUe UM peeacy, Other as Percent of Construction: 46% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep—19 | 12—Dec=19 | 13-Nov=20 | 
Design $0.514 $0.514  $0.000 $0.439 
Construction $1.685 $1.770 $0.085 $1.680 _ . . oe 
Other $0.914  $0.904 (0.010) $0.876 sd aatonestepe laa au NTE: cite 
Contingency $0.075 S0.000 (S0.075) $0.000 SeCanetruction Change Order 9% 
Total $3.188 33.188 $2.996 Design as Percent of Construction: 29% 
EE ennin TEE RAPES begacy Other as Percent of Construction: 51% 
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BRIDGE 
Budget Spent BOvETISS NTP Complete 
Initial Projected Difference To Date Schedule: ile a= 10) SY 
Design $0.835 $0.835 $0.000 $0.504 
Construction $12.971 $12.971 $0.000 $1.012 - : : ‘nie 
Other $1535  §1.535 §0.000 $0,307 ee ae ale 
Contingency $0.840 $0.840  $0.000 $0.000 OF eonetraedan chanzé Gree 0% 
Total $16.181__ 516.181 31.823 Design as Percent of Construction: 6% 
eialby Oder TESERDGE Legacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [05-Mar-20 | 13-Jul-2( 
Design S0.863 S0.863 $0.000 $0.738 
Construction $6.036 $6.036  $0.000 $1.117 ae : ; ake 
Other $3.361 $3.361  §0.000 $0.405 mel ane ate alias gE. ae] ale 
Contingency $0.302 $0.302 $0.000 $0.000 Ben ecrienan eras Oraae 0% 
Total $10.562_$10.562 $2.260 Design as Percent of Construction: 14% 
Pec ane JME alee Peay Other as Percent of Construction: 56% 
Budget Spent ese NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $6.500 $6.500 S$0.000 $4.609 
Construction $65.964 $66.014 $0.050 $6.720 a ; ; a? 
Other $8.620  $8.620 §0.000 $1,164 ee carreras alas aati ti 
Contingency $3.298 $3.248 (S0.050) $0.000 os Construction change Gian 0% 
Total $84,382 584.382 312.492 Design as Percent of Construction: 10% 
PTSID: 0017B EE Sel Ge Peery Other as Percent of Construction: 13% 
Budget Spent BANEIRISER NTP Complete 
Initial © Projected Difference To Date Schedule: [LO—Mar-20 
Design S0.946 S0.946 $0.000 5$0.588 
Construction $3.426 53.426 S$0.000 5$0.408 ee ; ; Dae 
Other $0.741  $0.741  §0.000 $0.520 pel ccc yo cua BeNIE: 30-Apr-23 
Contingency $0.130 $0.130 $0.000 $0.000 oF Canceniction change Order 0% 
ots! $5.243 $5.243 $1,515 Design as Percent of Construction: 28% 
PU 26 Chee REDE RIEGE paeaey Other as Percent of Construction: 22% 
Budget Spent BAVErSe NTP Complete 
Initial © Projected Difference To Date Schedule: [2 27-Jul-20 
Design $11.500 $11.500 $0.000 $7.337 
Construction $212.000 $213.373 $1.373 $32.698 nos ; : rome 
Other $21.500 $21.500  $0.000 $3.436 ed aint pA sas een 30-5e0-22 
Contingency $20.000 $18.627 ($1.374) $0.000 ay CORSERIcHGA Change Galee 19 
vota! $265.000__$265.000 343.471 Design as Percent of Construction: 5% 
PTSID: 0018B re onlDGE Legacy Other as Percent of Construction: 10% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Feb-20 | 04-Jun-20 | 01-: 
Design 50.048 $0.048 $0.000 $0.041 
Construction $1.373 $1.373, $0.000 $1.229 si ; ; pie 
Other $0.528  $0.528  §0.000 §0.357 alate a GENIE: pA eeaY 
Contingency S0.050 $0.050 $0.000 $0.000 seeonethucon Change emer 0% 
Total $2.000 32.000 31.627 Design as Percent of Construction: 4% 
EralDE2b0se 2aEE PEN EEN Lean Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [14-Feb-20 | 09-Apr-20 | 07-Jul-20 
Design $0.052 $0.052 $0.000 $0.050 
Construction $1.613 $1.613 $0.000 $1.348 ae : : Re 
Other $0.420  $0.420 §0.000 §0.253 eM asl ae are 30-Nov-20 
Contingency $0.118 $0.118 $0.000 $0.000 Se Cancnncaan change order 2% 
otal 32.203 32.203 31.650 Design as Percent of Construction: 3% 
PI Ds Bane UNG MAVELS ESI Lspaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Feb-20 | 09-Apr-20 | 
Design S0.064 S0.064 S0.000 $0.063 
Construction $1.323 $1.323 S0.000 $1.108 ae : . oe 
Other $0.305  $0.305 $0,000 $0.246 sh Sarre aaa ae cera 
Contingency S0.100 $0.100 S0.000 S0.000 of COnetrLICEIOn Change Order “11% 
Total $1.792 $1.792 $1.417 Design as Percent of Construction: 5% 
Eipieeeae Eee Cea Legacy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Nov-19 | 27-Jan-20 | 25-Sep-20 
Design $0.150 $0.150  $0.000 $0.114 
Construction S455 $1.455 $0.000 $1.214 = : : 
Other $0.722  $0.722 $0.000 §0.382 Duara ada aeNTE: 30-Jun-21 
Contingency $0.200 $0.200 $0.000 $0.000 Oy GoReercnen Ghanee One "1% 
Total $2.527 $2,527 $1.710 Design as Percent of Construction: 10% 
PE ue EE aE EMENL Peeacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-Oct-19 | 04-Mar-20 | 25-Sep-20 
Design $0.255 $0.255 S0.000 $0.221 
Construction $4.837 $4.837 S0.000 $3.711 _ ; ; : ‘ 
Other $1.088  $0.988 ($0.100) $0.616 be ia nate aca arNEE: 34:Dec-20 
Contingency $0.242 $0.000 (S0.242) $0.000 Oe BHeTICHIGH chaneé drder 0% 
dota! 36.421 36.080 34.548 Design as Percent of Construction: 5% 
PISIBE 00720 IPE EAVEVIENT Lapaey Other as Percent of Construction: 20% 
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FFY20 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12% 3-Feb-20 | 25-Sep-20 
Design $0.372 $0.372 $0.000 $0.283 
Construction $4.491 $4.491 $0.000 $3.876 a ; : ee 
Other $3.244 $1484 (1.760) $0.594 pace cua! oa: 30-Jun-21 
Contingency $0.374 $0.234 (S0.140) $0.000 Or COne traction cranes Orden "1% 
ote! $8.481 36.581 34.754 Design as Percent of Construction: 8% 
PI 2s eg UME a Legacy Other as Percent of Construction: 33% 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.231 $0.231 S0.000 S0.000 
Construction $1.575 $1.575 S0.000 $1.410 Pt ; . 7 
Other $0.461  $0.461  §0.000 $0,762 el aor a Benes 30-Jun-21 
Contingency $0.221 $0.221 $0.000 $0.000 by CaAeERiction Change Grder: 0% 
total 32.488 32.488 32.171 Design as Percent of Construction: 15% 
pialbeGier Pere Pe ENENe Peeaby Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.163 $0.163 $0.000 $0.156 
Construction $0.870 $0.870 $0.000 $0.705 ae : : nee 
Other $0.689  $0.689 §0.000 §0.309 a Aes eae esta BENE: 31-Dec-20 
Contingency S0.050 S0.050 S$0.000 $0.000 OF Cancenicnian change Omen 0% 
otal $1.71 $1.71 $1.169 Design as Percent of Construction: 19% 
PU oe Wes REP OVEMENT Leeacy, Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25-Mar-20 | 13-Aug-20 
Design $1.033 $1.033 S0.000 $1.032 
Construction $14.071  $14.071 $0.000 $2.603 _ . : ee 
Other $4.275  $4.275  §0.000 $1.616 ed acne need aa ALIN: ita 
Contingency S0.586 $0.586 $0.000 $0.000 a Construction Change Order 5% 
Total $19.965__$19.965 $5.250 Design as Percent of Construction: 7% 
salle ees aes EE: PV EMER begacy Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 0 
Design $0.341 $0.341  $0.000 $0.178 
Construction $1.460 $1.470  $0.010 $0.389 = ans 
Other $1.011  $1.001 (0.010) $0.294 be ia nate aca een 30-Jun-22 
Contingency 50.080 S0.080 S0.000 S0.000 of Constriiction Change Order: 0% 
dota $2,892 $2,892 30.862 Design as Percent of Construction: 23% 
EPP Eeee EE Eee Eepoey Other as Percent of Construction: 68% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-May-20 | 14-Aug-20_ 
Design $0.800 $0.800 $0.000 $0.261 
Construction $1.393 $1.397. $0.004 $0.298 Oe E : ree 
Other $1.506  $1.506  §0.000 $0.178 pace ea! een 31-Dec-22 
Contingency $0.070 $0.066  ($0.004) $0.000 De COnEERGEHaE Change Orden 0% 
Total 33.767 33.767 30.736 Design as Percent of Construction: 57% 
pCa ue INE OED Lesecy Other as Percent of Construction: 108% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: EAig=20)|/29=O6t=20 
Design $0.221 $0.221 S0.000 S0.200 
Construction $0.933 $0.933 S0.000 S0.038 - ; . - 7 
Other $0.409  $0.409 §0.000 $0,191 el aor as BeNTP: 31-Dec-21 
Contingency S0.094 S0.094 S$0.000 $0.000 Be Conetniction Change Gras 0% 
Total $1.656 31.656 30.428 Design as Percent of Construction: 24% 
Elvana TIPE TRAFIC Leeary Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [06-Mar-20 | 23-Jun-20 | 16-Oct-20 
Design $0.155 $0.155 $0.000 $0.039 
Construction $2.291 $2.291 $0.000 $2.024 ae : : ree 
Other $0.635 §0.635  §0.000 $0.170 a Ae seas SEN: 31-May-21 
Contingency $0.115 $0.115 $0.000 $0.000 Sr CanG racine Change onier "7% 
otal $3.196 33.196 $2,233 Design as Percent of Construction: 7% 
pes iDe 2OrN PE REEIE Peeacy, Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.206 $0.178 ($0.028) $0.071 
Construction $3.084  $3.094 $0.010 $1663 » . i 
Other $1.255 $1,362 §0.107 $0.847 sd acne net aa an: a 
Contingency $0.155 S0.066 (S0.089) $0.000 a Construction Change Order 0% 
Total $4.700 34.700 $2,581 Design as Percent of Construction: 6% 
ies Ga7n EES TREPEID Legacy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: iSs=Jan=21)) 
Design $0.409 $0.409 $0.000 $0.209 
Construction $1.270 $1.270 $0.000 $0.000 a : ; ens 
Other $1.195  §1.195  §0.000 $0,148 si dciiiga pos Bene SEEN 
Contingency $0.113 $0.113 $0.000 $0.000 Seen hte Gaanee Gnien 0% 
Total 32.987 32.987 30.357 Design as Percent of Construction: 32% 
PTSID: 2602L VMS Ue Ge Eesaey Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [21 

Design $0.294 $0.294 $0.000 $0.227 

Construction $0.974 $0.974 $0.000 $0.091 a : : 

Other $0.845  $0.845  §0.000 $0,405 els 31-Dec:21 

Contingency $0.097 $0.097  $0.000 $0.000 ion Ch ; 

Total §2.210 $2.20 $0.722 ge CONS UCHOn Mana OleT: On 
Design as Percent of Construction: 30% 

PTSID: 2602M TYPE: TRAFFIC Legacy 


Other as Percent of Construction: 87% 
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FFY 2021 PROJECTS 
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FFY21 


FFY21 
BRIDGE 
Budget Spent 

Initial Projected Difference To Date 
Design NA $5.800 NA $1.716 
Construction NA $120.000 NA $0.000 
Other _NA $12.200 NA $0.302 
Contingency NA $12.000 NA $0.000 
Total NA $150.000 NA $2.017 
PTSID: 2603N TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design 52.460 52.460 $0.000 $2.271 

Construction $29.000  $29.000 $0.000 S0.828 

Other $4.330 $4.330 $0.000 $0.435 

Contingency $2.000 $2.000 $0.000  $0.000 

Total $37.790 $37.790 $3.534 
PTSID: 2603F TYPE: BRIDGE Legacy 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 10% 


Schedule: 
Anticipated Completion at NTP: 30-Nov-23 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 15% 


Budget Spent 

Initial Projected Difference To Date 
Design NA $1.874 NA $1.052 
Construction NA $9.000 NA $0.000 
Other NA $4.151 NA S0.076 
Contingency NA $1.684 NA $0.000 
Total _NA $16.709 NA $1.128 
PTSID: O0016N TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
Design NA $0.876 NA S0.667 
Construction NA 52.800 NA $0.000 
Other NA $0.524 NA S0.056 
Contingency NA $0.300 NA $0.000 
Total NA $4.500 NA $0.722 
PTSID: 2602X TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design NA $3.717 NA $1.475 

Construction NA $63.304 NA $0.000 

Other NA $11.480 NA S0.200 

Contingency NA $6.500 NA $0.000 

Total NA $85.000 NA $1.675 
PTSID: 0013D TYPE: BRIDGE Legacy 
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Advertise NTP Complete 


Schedule: yun = 2 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 21% 
Other as Percent of Construction: 46% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 31% 
Other as Percent of Construction: 19% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 6% 
Other as Percent of Construction: 18% 


FFY21 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.250 NA $0.962 
Construction NA 513.000 NA $0.000 Anticinatealcompletioniac Nile: NA 
Other NA S4.865 NA $0.158 # of ths lates 
Contingency NA $0.652 NA §0.000 Olina NE sate: Ne 
Total NA $19.767 NA $1.120 % Construction Change Order: 0% 
ate - : Design as Percent of Construction: 10% 
Pee ae UMRES EAE) pbdcy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08-Jan-21 | 15-Mar-2: 
Design $0.428 $0.428 S0.000 S0.378 
Construction S0.600 S0.600 S0.000 S0.000 est ‘ . 
Other $0.909  $0.909  §0.000 $0.279 i aubeneak eae ene 31-Dec-21 
Contingency $0.107 $0.107 $0.000 $0.000 BF Eonceruedan Change ee 0% 
Total $2,044 32.044 30.657 Design as Percent of Construction: 71% 
eloie, week TPE: BRIDGE Legacy Other as Percent of Construction: 152% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [1/-Mar-21 
Design NA $3.175 NA $2.247 
Construction NA 553.000 NA S0.000 Aaticinated|campletiontae aiiP: NA 
Other _NA $8.375 NA S0.209 wor ete: 
Contingency NA $5.450 NA $0.000 neues NA 
Total NA $70.000 NA $2.456 % Construction Change Order: 0% 
of - : Design as Percent of Construction: 6% 
Se eed BES BRIDGE Eeeacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22 20k 
Design $2.078 $2.078 $0.000 $1.242 
Construction $7.889 $7.889 S0.000 S0.000 ss ‘ . 
Other $4154  $4.154 $0,000 $0.516 le seine a BENE: 31-Dec-22 
Contingency 50.400 S0.400 S0.000 S0.000 9f Construction Change Order 0% 
Total $14.521__ $14,521 31.758 Design as Percent of Construction: 26% 
PTSID: 0014N TYPE ERIDGE EeBaey Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.618 NA $0.535 
Construction NA S5.700 NA S0.000 AnticinatedicompletionrarNie: NA 
Other NA $1.666 NA $0.243 , 
# of months late: NA 
Saba : +e Bea aA soe % Construction Change Order: 0% 
os - : Design as Percent of Construction: 11% 
ielb eee IPE BRIDGE Peso) Other as Percent of Construction: 29% 
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Ee ro ET 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: We 
Design NA $0.130 NA $0.096 
Construction NA $1.200 NA $0.000 Anticiosted Completion at NTE: NA 
Other NA $0.210 NA $0.013 Pag the late: 
Contingency NA $0.075 NA S0.000 lie cee inane NA 
Total NA $1.615 NA $0.109 % Construction Change Order: 0% 
= - : Design as Percent of Construction: 11% 
Epa oer PE GEER UNG beet. Other as Percent of Construction: 18% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.270 NA $0.113 
Construction NA $0.650 NA $0.000 Anticipated Completion at NTP: NA 
Other _NA $0.634 NA $0.021 ok fheilate: 
Contingency NA $0.075 NA §0.000 Srna ae NA 
Total NA $1.629 NA $0.134 % Construction Change Order: 0% 
= = = - Design as Percent of Construction: 42% 
PTSIDy O082% ECE ace eVeNe Legacy Other as Percent of Construction: 98% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.054 $0.054  $0.000 $0.046 
Construction $0.841 $0.841 $0.000  $0.000 oe : ; Perey 
Other $0.590  $0.590  §0.000 §0.025 pair ella Se 30-Nov-21 
Contingency $0.075 $0.075 $0.000 $0.000 Beoneactan Grane Order 0% 
lite $1.560 31.560 $0.071 Design as Percent of Construction: 6% 
EPSIG: 200g REE ES VEMIENT pacial Other as Percent of Construction: 70% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [19-Mar-21] 04-Jun-21 
Design S0.062 $0.062 $0.000 $0.053 
Construction $1.934 $1.934 $0.000 $0.000 . . : eee 
Other $0575 $0.575  §0.000 $0.027 pba abseil aaa ae 30-Nov-21 
Contingency S0.100 S0.100 S0.000 $0.000 9% Construction Change Order 0% 
ote! $2.671 32.671 30.080 Design as Percent of Construction: 3% 
PISIBY 20074 EEE enV EMIENT pachaas Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [17-Mar-21 | 17-May-21. 
Design $0.053 $0.053 $0.000 $0.044 
Construction $1.164 $1.164 $0.000  $0.000 oF 3 : Pose 
Other $0.400  §0.400  §0.000 $0.017 acer eeu gan 30-Jun-22 
Contingency S0.050 S0.050 S$0.000 5$0.000 Oe Cone traction renee Orden 0% 
uote! $1.667 $1.667 $0.060 Design as Percent of Construction: 5% 
Sn zceue Uae ta besa. Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-May-21 
Design NA $0.399 NA $0.314 
Construction NA $4.100 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $1.051 NA $0.020 ver thicken 
Contingency NA $0.450 NA $0.000 Ad ieianen Mia NA 
Total NA $6.000 NA $0.333 % Construction Change Order: 0% 
aa - - Design as Percent of Construction: 10% 
ERIE: OPEaR TEE vee UPBocy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12—Dec—20 | 24-Mar 
Design $0.035 $0.035 $0.000 $0.028 
Construction $0.353 $0.219  (S0.134) $0.000 a : ; eee 
Other $0.221  $0.251  $0.030 §0.081 pees eee ete: 30-Jun-21 
Contingency $0.035 $0.139 $0.104  $0.000 b eeerenen change Order. 0% 
Total 30.644 30.644 30.109 Design as Percent of Construction: 16% 
Ee aie TNE ROVEMENT Eee Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Nov-20 - 
Design $6.400 $6.400 S0.000 $5.025 
Construction $57.979  $57.979 $0.000 $0.004 _ . oe 
Other $8.200  $8.200  §0.000 $3,125 ih datoreet nia aie 31-Dec.24 
Contingency 52.000 52.000 $0.000  $0.000 Oe ea Aerucion chanze Olen 0% 
Total $74.579__$74.579 $8.154 Design as Percent of Construction: 11% 
ENSID: OOb0e PE ee Leeacy Other as Percent of Construction: 14% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jan-21 | 12-Apr-2: 
Design $1.169 $1.169 S0.000 $1.052 
Construction $5.536 55.536 $0.000 S0.000 soe : . : : 
Other $3557 $3,557 §0.000 §0.810 oh rar enh: 31-May-23 
Contingency S0.280 S0.280 $0.000 S0.000 oF Conceruction Change Order 0% 
Total 310.542 __$10.542 31.862 Design as Percent of Construction: 21% 
PTSID: 2601W ABE: SRORWINVATER Eeeany Other as Percent of Construction: 64% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.28-Dec-20 J 24-Mar-21 
Design $0.335 $0.335 S0.000 $0.265 
Construction $2.547 $2.547. $0.000 $0.000 ee : ; oe 
Other $1688 $1688  $0.000 $0.146 se elena el ea ae: 30-Sep-22 
Contingency S0.060 S0.060 S0.000 S0.000 SA Construction Change Order: 0% 
Total $4.630 34.630 30.411 Design as Percent of Construction: 13% 
gla Rokeoe IFES MRSEHE Legacy Other as Percent of Construction: 66% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.166 $0.166 $0.000 $0.000 
Construction $2.019 $2.108 $0.089 $0.934 Oe , : i 
Other $0.690  $0.690 $0,000 $0.272 pace ea! ENTE cites 
Contingency $0.125 $0.036  ($0.089) $0.000 De COnEIRGEHaE Change Orden 0% 
Total 33.000 33.000 31.206 Design as Percent of Construction: 8% 
PUBS ets TYPE: TRAFFIC Pee Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19=Feb=21 | 23-Apr— 
Design $0.125 $0.125 S0.000 $0.102 
Construction S0.900 S0.900 S0.000 S0.000 beck : . 
Other $1.605  $1.605 $0,000 $0.032 el ase as sen RED 
Contingency $0.250 $0.250 S$0.000 $0.000 af i CaneHncton Change Gras 0% 
iota! 32.880 32.880 30.134 Design as Percent of Construction: 14% 
plalDeeodee eee TRE Peeaby Other as Percent of Construction: 178% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.481 NA $0.316 
Construction NA $5.200 NA S0.000 RaticiGetecl eam pletionlae NIIP: NA 
Other _NA $0.501 NA $0.113 ; 
Contingency NA $0.080 NA $0.000 ss ONCOL TEARS NA 
Total ; NA $6.262 NA $0.429 % Construction Change Order: 0% 
ure = - Design as Percent of Construction: 9% 
eke eee INGE Tale. LEG) Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.067 NA $0.000 
Construction NA $1.228 NA S0.000 Anticipated’ CompletionaeNTP: NA 
Other _NA S0.463 NA S0.000 : 
Contingency NA $0.075 NA $0.000 ee NA 
Total : NA $1.834 NA $0.000 % Construction Change Order: 0% 
= = - : Design as Percent of Construction: 5% 
PiSIPe peat EE ees beeaey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26=Feb-2: 
Design NA $0.613 NA $0.518 
Construction NA $1.742 NA S0.000 Prrieiparecicanielsuicnien nine: NA 
Other _NA S0.777 NA S0.058 # , 
: of months late: NA 
at : +e ee aA poeee % Construction Change Order: 0% 
ord : : Design as Percent of Construction: 35% 
PIs nea Vilage NS INS Dea Other as Percent of Construction: 45% 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY16 
BRIDGE 
0113U Airport Connector & Route 2 Bridges (53C & 81B) WAR A 25 a Me My $58 
0153E Capron Road Bridge No. 792 (70A) SMI “A 61006l C22 
0145B Carolina Bridges (57F) CHA; RIC A 30 See ea 86M 57 
0183B Central Street Bridge No. 449 (70B) NSM 1 10 ae Bee MM f50 
0144E Harbor Junction Bridge No. 131 (57E) PVD A 10 = Aa Kee 334 
0166) Mussey Brook Bridge No. 380 (56C) LIN 2160 tit k= am 12 
0171B Newman Avenue Bridge No. 224 (57D) EPR A-2 ——lUl..,,lU Oe 
0031N Old Sakonnet River Bridge Demolition (Superstructure) POR; TIV A-2 0 1 Sep-16 Feb-17 Sepa $9.4 
0143U Pawtucket Area Bridges (53B) PAW A2 01 iis em Mayme 557 
0143K Pawtucket Avenue Bridge No. 471 (57B) EPR A-2 10 = a Ca 483 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) PVD 3 66 ID = im 321 
0012R Providence River Pedestrian Bridge PVD A360 0 MS CS DC 531700 
0012N Ramp El Bridge No. 1083 (56A) PVD 3B 06 st eat EW 05 
0118A Slatersville Stone Arch Bridge No. 273 (70C) NSM 3B 01 = Ea See isa 
0156C South County Freeway Bridge No. 686 (52A) WAR A-3 1 0 Aug-16 Nov-16 Cems 517 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) EXE; RIC A4 20 Meee Ge 8 5 
0009N Washington Bridge North No. 700 (57A T - J) EPR; PVD 4 10 ae Hay Mee s129 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) HOP; RIC 4 20 ee Mey Bee 47 
17 43 $98 
PAVEMENT 
0172C 1R Improvements to Smith Street PyD A-6 0 0 Sep-16 Jan-17 aw 33.4 
0165X_ High Street & Kingstown Road Improvements ake A-6 0 0 Mar-16 Jun-16 Ao $4.2 
0079G 1-95 Resurfacing (Elmwood Avenue to Eddy St) PVD A660 0 0 Se TiC 
0078U Providence - Downtown Improvements, C-3 pu A-7 0 0 Mar-16 Jul-16 Dec-17 $2.6 
0076N Route 107 1R Improvements BUR yT 00 st eae eee 327 
0139H Route 138 Improvements an A-7 0 0 Jul-16  Sep-16 = Nov-16 $0.6 
0055K Statewide Resurfacing C-2, 2017** crarnornsm? AT = 0 OE i s23 
0007F Two Mile Corner Reconstruction MID A-7 0 0 Jan-16 Apr-16 Sep-18 $8.4 
0 0 $28 
TRAFFIC 
0153P Bridge End Treatments - HSIP STATEWIDE AS 00 = Re Tm 317 
0091K Coronado Road Pedestrian Enhancements WAR A-8 0 0 Jan-16 May-16 May-17 $2.3 
0102J East Bay/South, C-6 - STC STATEWIDE AS 0 0 [emule Maye BSG 408 
0153R Memorial Blvd. & Francis Street Improvements evp A-8 0 0 Dec-15 Mar-16 Jun-17 $1.6 
0071V Mineral Spring Avenue HSIP NPR Ao 00 ais Maye Gy 521 
0080D Pedestrian and Intersection Safety Improvements - STC wit peel suas hea A-9 0 0 Sep-16 Dec-16 | 
5 
0153N Route 102 & Route 117 Improvements - Roundabout cov;scI;wcR ~.g 60 0) BEBE) ST]C(iséG28G 
0116S Statewide LED Retrofit Project STATEWIDE AG lhl Dl CO 40 
0072K Traffic Signal Optimization, C-2 STATEWIDE 6 AQ 0lUlQl0l lk i O10 
0071T Warwick - HSIP WAR 100600 0 A G05 
0 0 $18 
TAP/OTHER 
0021R Blackstone River Bikeway - Segment 1A PVD Ss 0600 a i my $12 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
00 $1 
OPERATING 
0084S Crack Sealing - Limited Access STATEWIDE A-4 0 0 Mar-16 Jun-16 Beem 40.2 
0084Z Crack Sealing - North & East, 2016 STATEWIDE AA 0 0 ee Gime BS $02 
0084Y Crack Sealing - South & Central, 2016 STATEWIDE A5 0 0 Mead (em Sep $02 
0084H Paver Placed Elastomeric Surface Treatment 2016 FOS; RIC A 00 k= Gi Sm 07 
0132G Portsmouth Maintenance Facility POR 5 00 = ae MEW $62 
0084G Rubberized Asphalt Chip Seal 2016 cuM;GLo;HOP A586) 0 ME i ST $1.2 
0073L Statewide Pavement Striping - Central, 2016-2017 STATEWIDE A5 0 0 Mea Maye Gem 321 
O116N Statewide Pavement Striping - Limited Access, 2016-2017 BAR;CRASCUMSE AG 0 0 Mar-16 Jun-16 Nov-17 $34 
P; JAM; JOH; LIN 
7;NKS;NPR;NPT; 
NSM; PAW; POR; P 
VD; RIC; SMI;TI 
V; WAR; WES; WGR 
7;WST 
0073K Statewide Pavement Striping - South, 2016-2017 STATEWIDE = A.6 Mar-16 $1.7 
0 0 $16 
Number of In design Advertised In Construction Complete Total 17 13 $160 
Projects: 0 0 0 46 46 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC 1 61006 l LC dul-21~—s $70 
0414L Central RI Bridges - Group 12 (29 Bridges) caarcovicra;E A4{ 0 28 i i! Hm i.0 
C;WAR;WGR;WST 
0114S Cumberland |-295 Corridor Bridges (37T - |) CUM A 40 = BS Mae s160 
0168H Hope Valley Bridges (69D) Oe A 0S Gaiety] Oct=m) Bepem 42.1 
0143W Horton Farm Bridge No. 472 (57M) EPR Att 61 0 Spe |= 513,7 
0013M 1-195 Corridor Bridges (77) EPR; PVD n23;3 ki Hy TE 3128 
0114U 1-295 Bridges Contract 2 JOH 12 60 Se Pee 8 gus 
0114T 1-295 Bridges Contract | CRA 12 40 ee eee |= lsi93 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A124 0 [BEBE MSRM bec-21 $21.0 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 "AR R20 ki Ez Bm 5193 
0114N Oxford Street Bridge No. 653 (2T) PVD 3 10 i Pe Be f89 
0016J Pine Street Bridge No. 548 (31) PAW BRB 10 i ki Emm 372 
0027B Reconstruction of the Route 6/10 Interchange PVD A139 9 0 Mey Nov-23 5269.6 
0013L Route 146 Corridor Bridges (38) NSM Bn 20 Ea? Ee Mem 74 
0014F Simmonsville Bridge No. 326 (57C) JOH B10 E_ Ee Bam si6 
0168C. Victory Highway Bridge No. 589 (71) WGR 461 (00 5123 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T HOPRIC A144 10 ze 86 86 OCs121 
40 36 $471 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-16 0 0 Sep-17 Jan-18 Jul-18 $1.1 
0007C East Main Road 1R Improvements POR A-16 0 0 Dec-16 Apr-17 Beem 3 $66 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR A-16 0 0 ert Geta] Cams 46,7 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW A160 0) CE (iC. 
0081D Improvements to US Route 1 (South Kingstown) SKS A16l6lUl0 0) CS iS iTSCC533 
0081K Pavement Preservation to Rt 1A (Newport Ave) a Ai7 60 (0 Sep-17 Jan-18 beams 531 
0081W Route 146 Improvements LIN;NPR;PVD ~17 0 0 Fo?  —e |6NCE of45 
0081R Route 24 Improvements POR To i Hi Hm 552 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR A-17 0 0 GecEie Jan-17 Mayes $41 
0173S Snell Road Improvements LCM A-17 0 0 feet) Seen] Ream $09 
0173Z US Route 6 Hartford Ave JOH; SCI A138 00 7 Be Be 60 
0165V Woodville Road Improvements HOP; RIC A-18 0 0 Aug-17 Geeeay] Sepa 52.4 
00 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements CoV A19 0 0 ma 60S (iiC=Cé‘GK}O 
0025F Cranston - Local Safety Improvements CRA A-19 0 0 Aug-17 Nov-17 NO 405 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-19 0 0 Sep-17 Jan-18 Jun-19 $1.6 
0025J High Friction Surface Treatments 2016 STATEWIDE A19 0 0 Jan-17 Apr-17 Seem «406 
0073Z HS!P-Intersection Safety Improvements to Route 108 at Cu SKS A19 0 0 Sep-17| Jan-18 Bees 407 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv SL° A-20 0 0 Jan-17 Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, Johns YOH*NPT;WAR — A-20 0 0 Sep-17) Jan-18 Novem 1.1 
0025P Statewide Road Diet 2017 STATEWIDE A.20 0 0 GSE Gay AGE tos 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE 6 A220 00 Ol 4 
0 0 $8 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
TAP/OTHER 
0021U Blackstone Bikeway 8C NSM; WNS Ais 0 0 Gt 86SSaay 8628 
0006A Rhodeworks Toll Facilities STATEWIDE A18 0 0 [BRS (RGR vec-21 $463 
0 0 $49 
STORMWATER 
0166M High Street/Kingstown Road Stormwater Mitigation SKS 18 00 = Ty Sm $02 
0 0 $0 
OPERATING 
0084C 2017 Crack Sealing Limited Access STATEWIDE 6 A440 0 CCCiéS05 
0084B 2017 Crack Sealing North and East Regions STATEWIDE 6 A440 0 CC CCCi085 
0084A 2017 Crack Sealing South and Central Regions STATEWIDE A144 0 0 k DCCéG06 
0086Y 2017 Paver Placed Elastomeric Surface Treatment EIN RICHORS AT AAS. 10-0 Apr-17 Jun-17 Dec-17 = $1.2 
0086X 2017 Rubberized Asphalt Chip Sealing eae: 08 Apr-17 .Jul-17_— Jun-18— $2.0 
0073M 2017-2018 Statewide Pavement Striping -North Burcra;coms a(S 0 0 i i sis 
M; PAW; SMI; WNS 
0201V_ 1-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR ~A15 718  Meye [Ey Maye 953 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A45 0 0 Fi” Mey RG fi9 
7 18 $14 
Number of In design Advertised In Construction Complete Total 47 54 $591 
Projects: 0 0 4 45 49 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR ANA 9 a OCid C575 
0013P Bridge Group 06 - PVD PVD n»sefse 7 = Mam i7:3 
0013G Bridge Group 09 - CRA, JOH CRA; JOH A26l0 9l TSC 527 
0013S Bridge Group 13A - Rt 146 C-1 NSM; PVD A21 0 7 eee «6S 6g 
0013U Bridge Group 15A - East Bay BAR;EPR;WRN A~-21 018 (Cems) (GEES GSR $65 
0015A Bridge Group 15B - Aquidneck Island eee 020 Sep-18 Nov-18 Nov-20 $55 
0017E Bridge Group 16T-13 - Woonasquatucket Br PVD A22 10 (Sa Beoee 6 67 
0114V Bridge Group 35T-8 - |-295 C-3 JOH A22 2 0 (GM GBR ooct-22 $107 
0017G Bridge Group 38C - Geneva Pond PVD A22 10 = Be RS i26 
0114J Bridge Group 38T-12 - Rt 146 Farnum Pk NSM A2 02 x ER  wux-22 $100 
0015B Bridge Group 46A - Lafayette Rd NKS A233 1 0 esas Nes NS f63 
0145Q Bridge Group 48A - Howard Rd cuM B10 a > Ba i317 
0143A Bridge Group 57K - Big River WGR B00 i t= BaD 523 
0201A Bridge Group 58B - Railroad Ave BUR A23 10 C=? Te Mme 317 
0201B Bridge Group 58E - Barbs Hill Rd cov 3 10 = Sa Bem 35 
0194C Bridge Group 59A - Park Ave RR CRA A24 1 0 Gees —EBRG aus-22 $69 
0014D Bridge Group 59B - Centerville Rd WAR 410 I” = Ea 42 
0014Z Bridge Group 62T-11 - Louisquisset Pk LIN A244 61 00 CCRBAYCiee-21—~C $49 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp PVD A24 1 0  £Meyeas apes GeO 437 
0170B Replacement of the Park Avenue Bridge No. 480 Superstru CR4 A-24 1 0 Jul-18 [Sep-18 Nov-20 $2.0 
13 70 $110 
PAVEMENT 
0012Q I-195 Relocation - C-17 - Waterfront Parks PVD A2 00 Be Met See 461 
0012T |-195 Relocation - C-18 - Gano St PVD A206 0 0 (Spams) Sees MOM $16 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) BAR A27)60O0 0ts«éMS (ss R527 
0165J Railroad St (Manville Hill Rd - Rt 126) LIN A27 600 (0 SS g23 
0173K Rockland Rd (Central Pk to Danielson Pk) SCI A2])6hOl0 0 C4 
0130E Rt2- Reservoir Ave (Sockanosset Cross Rd - Rt 12) CRA AZ 00 = ae Beem 45 
0061A Rt44-C-3B (RIDOT Maint Facility -W. Greenville Rd) GhO7 SMz wr = im 375 
0138B Rt6A - Hartford Ave C-2 (Rt 5 - Killingly St) JOH 2 00 Zi at Ce 313 
0 0 $27 
TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 crarerRstINN A28 0 0 i i Hi ts 
R 
0025K 2018 Intersection Safety Improvements - Statewide re PA28 O 0 Aug-18 Oct-18 Cem = 408 
0011E Aquidneck Avenue HSIP MID A260 0 SSS g05 
0076Z Aquidneck Avenue Improvements id A29 0 0 Pa ms AS 513 
0072Z HSIP-Rt1,S. County Median Guardrail CHA; WES A296 0 (0) CSS iS 22 
0025N Intersection Safety Improvements 2017 Statewide _- CUM;PVDiW A-29 0 0 Feb-18 May-18 $32.1 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A-29 0 0 Mar-18 Jun-18 Ge 573 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cro S“2 A-30 0 0 Jul-18 Geman Cm 406 
0071P Metacom Avenue - HSIP BRI; WRN A30 0 0 Czas) Geeets eae 331 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr NS“ WaR A320 00 C7 Haat 6 sts 
0091S Roadway Departure Mitigation - Systemic High Friction Surf CR4* Gb A30 60 0 Jun-18 Aug-18 Gem 408 
0073S Rt 146 Guide Signs - C-1 - North NSM 3000 =e es Ge s15 
01624 SRTS -C-1 (Cra, Epr) CRA;EPR 3 00 Se Te Be s. 
0080H STC - Allens Avenue at Terminal and Ernest FVD A-31 0 0 Feb-18 May-18 May-19 $0.8 
0080C STC - Statewide Pedestrian and Intersection Safety Improv BAR/CUMZEGR;J A310 0 Jun-18 Sep-18 Dec-19 $16 
V;WAR;WST 

0 0 $27 
TAP/OTHER 
0021S Blackstone River Bikeway - 8B-1 WNS A-28 0 0 Apr-18 Jun-18 | YR 
0026P Trestle Trail Bridges - West cov A260 lO 28 

0 0 $5 
OPERATING 
0105C 2018 Crack Sealing Limited Access STATEWIDE A25 600 (0l0ClCMQES) 6 COGS Sf 
0105F 2018 Crack Sealing North and East Regions STATEWIDE All CO C07 
0105B 2018 Crack Sealing South and Central Regions STATEWIDE A25 0 0 Geeraa| Mar-18 Roses] 407 
0105D 2018 Paver Placed Elastomeric Surface Treatment C1 JAM/NSM/SCT/W A250 0 ar OCU S12 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 ae PVDiS A-25 0 0 May-18 Aug-18 Dec-18 $2.0 
0105E 2018 Rubberized Asphalt Chip Seal C-1 ee ee ise 0 Dec-17 - Feb-18 = Apr-19° $1.4 
0105A 2018 Rubberized Asphalt Chip Seal C-2 eeerOrrICS Ae 0. May-18 Jul-18 = Jun-19_— $1.5 
0131L Salt Storage Facility - Portsmouth FOR A-26 0 0 Sep-18 Feb-19 Beem $1.2 

0 0 $9 
Number of In design Advertised In Construction Complete Total 13 70 $178 
Projects: 0 0 4 49 53 


Schedule 
NTP 


PTSID 


Project Name 


FFY19 


BRIDGE 


0013A 
0013N 


Bridge Group 01 - PVD 
Bridge Group 03 - I-95 


0114W Bridge Group 12A - Sandy Bottom 


0013V 
0015C 


Bridge Group 16A - FOS, GLO, PVD, SCI, SMI 
Bridge Group 16B - FOS, JOH, PVD, SCI 


0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI 


0031Y 
0114X 
0015D 
2601G 
2601E 
0143C 
0156D 
0014M 


Bridge Group 18B - EGR, NKS 

Bridge Group 40A - Hawkins 

Bridge Group 40B - Bath St East 
Bridge Group 44A - Silver Creek 
Bridge Group 51A - Rt 37 C-2 

Bridge Group 54A - Kingston Rd Bridge 
Bridge Group 58A - Division St 

Bridge Group 62 - Manville Br 


PAVEMENT 


0105H 
2602B 
2602C 
2601D 
2601F 


2602A 


2601Z 
2601C 
0004D 
0173G 
0173H 
0055L 
0050A 
0076R 
0081Y 
0081J 


2018 Crack Sealing South and Central Regions C-2 
2019 Crack Sealing North and East Regions C-1 

2019 Crack Sealing South and Central Regions C-1 
2019 Paver Placed Elastomeric Surface Treatment C-1 
2019 Paver Placed Elastomeric Surface Treatment C-2 


2019 Paver Placed Elastomeric Surface Treatment C-3 


2019 Rubberized Asphalt Chip Seal 

2019 Rubberized Asphalt Chip Seal C-1 

Broad St Regeneration 

Central Pk & Battey Meetinghouse Rd 

Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) 
Old Tower Hill Rd (Rt 108 - Rt 1) 

Pell Bridge Ramps - Phase 1 

Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) 

Rt6 - (Rt 102 - Rt 101) 

Rt 78 (Rt 1 - Conn S/L) 


TRAFFIC 
0192J High Friction Surface Treatment - I-95 Curves Pawtucket, R PAW 


0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE 


2601U 
0162G 
0162H 
0080E 


SRTS - C-1A (Bar) 

SRTS - C-2 (Nar) 

SRTS - C-3 (Smi, Wns) 

STC Misc Improvements 2018 


Locations 


PVD 
PAW 
COV 


FOS;GLO;PVD;S 
CI; SMI 


FOS;JOH;PVD;S A.39 


CI 


Page 


A-32 
A-32 
A-32 
A-32 


BUR; CUM; LIN;N A.33 
PR; NSM; SMI 


EGR; 
PVD 
PVD 
BRI 
CRA; 
RIC 
EGR 


CUM 


NKS 


WAR 


STATEWIDE 


STATEWIDE 


STATEWIDE 


RA; 
; 


s 
RI 
I 


BAR 
NAR 


SMI; 


7 CRA; 


RIG; 


EPR; 


7;NSM; 
7 GLO; 


7 CUM; 


7;NPT 


WNS 


CUM 


SCI;S 


JOH;S 


RIC 
SCI 
PAW 


A-33 
A-33 
A-33 
A-33 
A-34 
A-34 
A-34 
A-34 


A-35 
A-35 
A-35 
A-35 
A-36 


A-36 


A-36 
A-36 
A-36 
A-37 
A-37 
A-37 
A-37 
A-37 
A-38 
A-38 


A-38 
A-38 
A-38 
A-39 
A-39 


COV; CUM; LIN; N A.39 


SM; POR; PVD; SM 


I;WAR 


A-56 


22 OO 


NS ee ee ee ee ee er a) 


= 
BO 
fo) 
BO 


oOo OO Oo 


Oo 


oo oc. ococococUrcTlh OlUlO ClO 
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Construction 


Advertise 


s) 
oO} 
Q 
N 
BR 


‘Sep-22 
‘Jul-22 


q 
fat 
S| 
i 
N 
Ww 


Sub Complete Budget ($M) 


$15.2 
$10.3 
$5.2 
$6.3 


$3.2 
$4.0 


$2.8 
$2.2 
$2.4 
$3.1 
$61.5 
$14.6 
$15.7 
$7.0 
$153 


$0.4 
$0.7 
$0.7 
$1.8 
$3.3 


$1.6 


$1.7 
$1.2 
$13.0 
$3.3 
$0.6 
$2.3 
$6.3 
$3.0 
$6.2 
$3.4 
$49 


$1.8 
$1.1 
$1.1 
$1.3 
$1.2 
$2.0 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 


2601H STC Misc Improvements 2019 COV;EPR;HOP;J a39 0 0 Fo Bee fem si8 


OH; LIN; NPR; NS 
M; POR; TIV; WES 


;WGR 
0 0 $10 
OPERATING 
9003E Materials Lab - Quality Assurance PVD Ax4“UCiCi lll 
0131M Salt Storage Facility - East Providence EPR A3506—C«il lg 
0 0 $5 
Number of In design Advertised In Construction Complete Total 12 82 $218 


Schedule 
NTP 


PTSID Project Name 


FFY20 


BRIDGE 
0013R Bridge Group 10 - I-295 


2601A Bridge Group 43A - Mohegan 

0017B Bridge Group 49 - Henderson 

0145C Bridge Group 53 - Union Village RR 
0018B Bridge Group 75T-5 - I-95 Viaduct NB 


PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 


2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 
2603A 2020 Rubberized Asphalt Chip Seal C-1 


0078V ADA Improvements to Greene Lane 

0079P Danielson Pk (Rt 102 - West Greenville Rd) 
0082D 1-95 (Charles St - Lonsdale Ave) 

0173C Rt115 Main St. (Rt 116 To Jackson Flat Rd.) 
0172N Rt1A, Old Post Rd Charlestown 

0079B Rt5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) 


TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements 


2603P HSIP - Crosswalk & Signal Improvements 2020 


0153K HSIP - Intersection Safety Improvements - 2020 
2601Y HSIP - Roadway Departure Mitigation - 2020 
00701 HSIP - Signalization of Allens Ave. C-5 

2602L STC - 1-295 SB at Bald Hill Rd 

2602M STC Improvements - 2020 


Locations Page 


SMI A-40 
BUR A-40 
EPR; PVD A-40 
NSM A-40 
PVD A-40 


CRA;EXE;HOP;P A.4{ 
VD; RIC; WES; WG 
R 


COV; JOH; SMI;W A.44 
ST 
COV;POR;RIC;S A-4{ 
cI 


MID A-41 
SCI A-41 
PAW; PVD A-42 
SCI A-42 
CHA A-42 
CRA; WAR A-42 


CRA;POR;PVD;R A.42 
IC;WAR;WGR 
CRA;MID;NKS;N A-43 
PT; PVD; WRN; WS 

T 


PVD A-43 
STATEWIDE A-43 
PVD A-43 
WAR A-43 


NAR;NKS;NPR;W A-44 
ES 


In design Advertised In Construction 
0 0 12 


Number of 
Projects: 


Complete Total 


9 21 


BRIDGES 


R P 


Construction 


Advertise 


‘Jul-22 
Apr-23 
‘Jul-25 
Apr-23 
‘Sep-25 


‘Jun-23 


‘Jun-22 


‘Dec-22 


‘Dec-21 


‘Dec-21 


May-22 
‘Dec-21 


Sub Complete Budget (SM) 


$13.0 
$6.0 
$66.0 
$3.4 
5213.4 
$302 


$1.4 


$1.6 
$1.3 


$1.5 
$4.8 
$4.5 
$1.6 
$0.9 
$14.1 
$32 


$1.5 
$1.4 


$0.9 
$2.3 
$3.1 
$1.3 
$1.0 


$11 
$345 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY21 
BRIDGE 
2603N Rt 146 Reconstruction oe A-45 1 4 Jul-21 ‘Feb-22 ‘Aug-26 $120.0 
2603F Bridge Group 32 - I-95 CRA; PVD A455 2 2 FZ BRR Nov-23 $290 
0016N Bridge Group 35 - 1-295 SMI A456 (0 1 GRD -2 Aug-24 $9.0 
2602X Bridge Group 45C_H - Cottrell WES A-45 1 0 Sep-21 Dec-2 ‘Jun-23 $2.8 
0013D Bridge Group 51B - Rt 37 C-3 CRA; JOH A45 6 1 Aug-21 Mar-22 Nov-26 — $63.3 
0139D Bridge Group 54B - Rt 138 Kingston Station RR SKS A46 1 0 Aug-21 Nov-21 Dec-26 = $13.0 
0201L Bridge Group 57J - Browning Mill EXE A46 0 2 (GRE MRAM dec-21 $06 
2604M Bridge Group 57T-10 - I-195 Washington North Phase 2 (R EPR; PVD A46 3 «0 Mar-21 Aug-2 Aug-26 $53.0 
0014N Bridge Group 59C - Reservoir Ave RR PVD A446 1 0 (BBS MERA dec-22 = $79 
0032B Bridge Group 69E - Hunts Mills EER A46 1 0 Aug-21 ‘Dec-21 ‘Nov-22 $5.7 
16 10 $304 
PAVEMENT 
0012X 1-195 Relocation - C-19 - Parks/Bridge Compltion PVD 47 0 0 Fa oul-21 
2604C 2021 Crack Sealing North, South, CentralRegionsC-1 STATEWIDE ~47 0 0 Me==@ Mayeay 
2604A 2021 Paver Placed Elastomeric Surface Treatment C-1 STATEWIDE A-47 0 0 Mar-21 Jun-21 
2604B 2021 Rubberized Asphalt Chip Seal C-1 STATEWIDE A.47 0 0 (Me=me  Meyeal 
0083R Birch Swamp & Schoolhouse Rd (Market St-LongLn) WRN A48 0 0 MRRZM 8 aAvg-21 
2604D 1-95 SB High Speed Lane Resurfacing EXE; WGR 48 00 Be  Mazeaa 
0050B Pell Bridge Ramps - Phase 2 NPT A48 0 3 KOO GGneaa 
0 3 
TRAFFIC 
0091U HSIP - Intersection Safety - Route 6 & 7 FOS MONIC AMS 0 0 Bees DC CSep-22— 55 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave CRA A490 (00 BGC (iC Sep-21 2.1 
2603S HSIP - Roadway Departure Mitigation - 2021 CRA;LIN;SMI;W AAQ 0 0 ae CMCSCi‘i‘i-21~CO—iséH0 
0025Z Intersection Safety Improvements 2019 C-2 JOH; PVD; A-49 0 0 Sep-21 Dec-21 Jun-23 $6.2 
0011U Mileage Based Exit Renumbering C-4: 1-95 (Re-advertised) cee eeniiaaets A49 0 0 Aug-21 ‘Dec-21 ‘Apr-23 $1.2 
C;WAR;WGR 
0162D SRTS - C-4 (Wm) WRN A49 0 0 «(RR u-21 Oct-22 4,7 
0 0 $14 
STORMWATER 
2601W Rt1 - Post Rd (NKS) - Drainage NKS A48 0 0 Gea BBRw oMay-23 $55 
0 0 $6 
OPERATING 
0131N Salt Storage Facility - Pawtucket PAW A477 60 (00 «MMC -21— Sep-22 $4.2 
0 0 $1 
Number of In design Advertised In Construction Complete Total 16 13 $392 
Projects: 7 6 11 1 25 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
2603N Rt 146 Reconstruction NTP date adjusted based on revised RFP procurement schedule. 
NTP 12/31/2021 2/28/2022 BS) 
0013D Bridge Group 51B - Rt 37 C-3 Advertise and NTP dates adjusted based on revised RFP procurement schedule. 
Advertise 6/30/2021 8/31/2021 Ne 
NTP 1/31/2022 3/31/2022 
Advertised 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) Delay due to Permitting 
Advertise 4/30/2021 5/28/2021 RB 
NTP 7/31/2021 8/31/2021 Sa 
0016N Bridge Group 35 - |-295 Achieved Advertisement 
Advertise 6/30/2021 _ 6/18/2021 A 
0131N Salt Storage Facility - Pawtucket Achieved Advertisement; Substantial Completion revised based on material 
availability due to pandemic. 
Advertise 5/31/2021 5/28/2021 IN 
Substantially Complete 6/30/2022 __ 9/30/2022 (RZ 
0162D SRTS - C-4 (Wrn) Delay due to Permitting 
NTP 5/31/2021 7/31/2021 Ga 
2604C 2021 Crack Sealing North, South, Central Regions C-1 Accelerated NTP 
NTP 7/31/2021 5/27/2021 (N65 
2604A 2021 Paver Placed Elastomeric Surface Treatment C-1 Accelerated NTP 
NTP 7/31/2021 6/4/2021 Ba 
2604B 2021 Rubberized Asphalt Chip Seal C-1 Accelerated NTP 
NTP 7/31/2021 _ 5/17/2021 NWS) 
2603S HSIP - Roadway Departure Mitigation - 2021 Accelerated NTP 
NTP 6/30/2021 4/23/2021 N68 


0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 ( 


wo 
4 
a 


Design modifications shifted the Substantially Complete date, however, all new 
bridges were open to traffic by winter of 2020. 


Substantially Complete 4/30/2021 12/31/2021 _-245 

0050B Pell Bridge Ramps - Phase 2 Delay due to Permitting 
NTP 4/30/2021 6/1/2021 

2601W Rt 1 - Post Rd (NKS) - Drainage Accelerated NTP 
NTP 5/31/2021 4/12/2021 

2603A 2020 Rubberized Asphalt Chip Seal C-1 Accelerated Completion 
Substantially Complete 6/30/2021 _—_4/5/2021 (NBS) 

0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) Accelerated Completion 


Substantially Complete 6/31/2021 4/13/2021 
2604D 1-95 SB High Speed Lane Resurfacing 
Substantially Complete 6/30/2021 5/21/2021 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) 
Substantially Complete 6/31/2021 6/30/2021 


Accelerated Completion 


Delay due to additional utility work 


Budget Changes Since Last Quarter 


PTS NAME Last Current +/- 
Quarter Quarter 


In Construction 


2604C 2021 Crack Sealing North, South, Central Regions C-1 $2,000  $1.560 {§NGOMAGY) Revised for NTP budget 
2604A 2021 Paver Placed Elastomeric Surface Treatment C-1 $2.325  $2.671 [§NSORBIBI) Revised for NTP budget 
2604B 2021 Rubberized Asphalt Chip Seal C-1 $1.530  $1.667 [RNSONBMY Revised for NTP budget 
2603S —_HSIP - Roadway Departure Mitigation - 2021 $3.000  $2.880 {§GOMBO)) Revised for NTP budget 
0050B Pell Bridge Ramps - Phase 2 $56.376 $74.579 [§BABOBE Revised for NTP budget 
2601W — Rt 1 - Post Rd (NKS) - Drainage $12.650 $10.542 (GAAOBY) Revised for NTP budget 
Subtotal $16.018 

Complete 

0025S 2018 Roadway Departure Mitigation - C-1 $1.423 — $1.357 ~ ($0.066) Revised for project closeout 
0073S — Rt 146 Guide Signs - C-1 - North $2.853  $2.836 [GON] Revised for project closeout 
Subtotal ($0.083) 

Total $15.935 
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PTSID Project Name Type Appendix 
BARRINGTON 

0013U Bridge Group 15A - East Bay BRIDGE A-21 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-27 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
2601U SRTS - C-1A (Bar) TRAFFIC A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2601G Bridge Group 44A - Silver Creek BRIDGE A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
2601A Bridge Group 43A - Mohegan BRIDGE A-40 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-23 
0076N Route 107 1R Improvements PAVEMENT A-7 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0004D Broad St Regeneration PAVEMENT A-36 
CHARLESTOWN 

0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0172N Rt 1A, Old Post Rd Charlestown PAVEMENT A-42 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0114W Bridge Group 12A - Sandy Bottom BRIDGE A-32 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0025E Coventry - Local Safety Improvements TRAFFIC A-19 


PTSID Project Name Type Appendix 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-37 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0026P Trestle Trail Bridges - West TAP/OTHER A-28 
CRANSTON 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
2603F Bridge Group 32 — 1-95 BRIDGE A-45 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-45 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0025F Cranston - Local Safety Improvements TRAFFIC A-19 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave TRAFFIC A-49 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-49 
0114T I-295 Bridges Contract | BRIDGE A-12 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0170B Replacement of the Park Avenue Bridge No. 480 Superstructure BRIDGE A-24 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-27 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-42 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-31 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
CUMBERLAND 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-35 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-23 
0014M Bridge Group 62 - Manville Br BRIDGE A-34 


PTSID 


Project Name 


Type Appendix 
0004D Broad St Regeneration PAVEMENT A-36 
0114S Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-11 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland TRAFFIC A-29 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
EAST GREENWICH 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0156D Bridge Group 58A - Division St BRIDGE A-34 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
EAST PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
0017B Bridge Group 49 - Henderson BRIDGE A-40 
2604M Bridge Group 57T-10 - I-195 Washington North Phase 2 (Re-advertised) BRIDGE A-46 
0032B Bridge Group 69E - Hunts Mills BRIDGE A-46 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-11 
0013M I-195 Corridor Bridges (77) BRIDGE A-12 
0171B Newman Avenue Bridge No. 224 (57D) BRIDGE A-2 
0143K Pawtucket Avenue Bridge No. 471 (57B) BRIDGE A-2 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) PAVEMENT A-37 
0131M Salt Storage Facility - East Providence OPERATING A-35 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-31 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-4 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 


PTSID 


Project Name Type Appendix 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0201L Bridge Group 57J - Browning Mill BRIDGE A-46 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-48 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
FOSTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
GLOCESTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-20 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
HOPKINTON 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0084G Rubberized Asphalt Chip Seal 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
JAMESTOWN 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
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PTSID 


Project Name Type Appendix 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
JOHNSTON 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-16 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-21 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0114V Bridge Group 35T-8 - I-295 C-3 BRIDGE A-22 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-45 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
0114U I-295 Bridges Contract 2 BRIDGE A-12 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-49 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-28 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-13 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0173Z US Route 6 Hartford Ave PAVEMENT A-18 
LINCOLN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603N Rt 146 Reconstruction BRIDGE A-45 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0014Z Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-24 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-49 
0166) Mussey Brook Bridge No. 380 (56C) BRIDGE A-2 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-27 
0081W Route 146 Improvements PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
LITTLE COMPTON 
0173S Snell Road Improvements PAVEMENT A-17 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
MIDDLETOWN 
0078V ADA Improvements to Greene Lane PAVEMENT A-41 
0011E Aquidneck Avenue HSIP TRAFFIC A-29 


PTSID 


Project Name 


Type Appendix 
0076Z Aquidneck Avenue Improvements TRAFFIC A-29 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0007F Two Mile Corner Reconstruction PAVEMENT A-7 
NARRAGANSETT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0162G SRTS - C-2 (Nar) TRAFFIC A-39 
2602M STC Improvements - 2020 TRAFFIC A-44 
NEWPORT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-37 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-48 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
NORTH KINGSTOWN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-33 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-23 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
2601W Rt 1 - Post Rd (NKS) - Drainage STORMWATER A-48 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-44 
NORTH PROVIDENCE 
2603N Rt 146 Reconstruction BRIDGE A-45 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0071V Mineral Spring Avenue HSIP TRAFFIC A-9 
0081W Route 146 Improvements PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-44 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
NORTH SMITHFIELD 
2603N Rt 146 Reconstruction BRIDGE A-45 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 


PTSID 


Project Name Type Appendix 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-22 
0145C Bridge Group 53 - Union Village RR BRIDGE A-40 
0183B Central Street Bridge No. 449 (70B) BRIDGE A-1 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-30 
0013L Route 146 Corridor Bridges (38) BRIDGE A-13 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-30 
0118A Slatersville Stone Arch Bridge No. 273 (70C) BRIDGE A-3 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
OO80E STC Misc Improvements 2018 TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
PAWTUCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0013N Bridge Group 03 - I-95 BRIDGE A-32 
0004D Broad St Regeneration PAVEMENT A-36 
0192) High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-38 
0082D I-95 (Charles St - Lonsdale Ave) PAVEMENT A-42 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-12 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-16 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-17 
0143U Pawtucket Area Bridges (53B) BRIDGE A-2 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-13 
0131N Salt Storage Facility - Pawtucket OPERATING A-47 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
PORTSMOUTH 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0007C East Main Road 1R Improvements PAVEMENT A-16 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0132G Portsmouth Maintenance Facility OPERATING A-5 
0081R Route 24 Improvements PAVEMENT A-17 
0131L Salt Storage Facility - Portsmouth OPERATING A-26 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
O080E STC Misc Improvements 2018 TRAFFIC A-39 


PTSID 
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2601H STC Misc Improvements 2019 TRAFFIC A-39 
PROVIDENCE 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
2603N Rt 146 Reconstruction BRIDGE A-45 
0012X |-195 Relocation - C-19 - Parks/Bridge Compltion PAVEMENT A-47 
0172C 1R Improvements to Smith Street PAVEMENT A-6 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0021R Blackstone River Bikeway - Segment 1A TAP/OTHER A-8 
0013A Bridge Group 01 - PVD BRIDGE A-32 
0013P Bridge Group 06 - PVD BRIDGE A-21 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-21 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-22 
2603F Bridge Group 32 — 1-95 BRIDGE A-45 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-22 
0114x Bridge Group 40A - Hawkins BRIDGE A-33 
0015D Bridge Group 40B - Bath St East BRIDGE A-33 
0017B Bridge Group 49 - Henderson BRIDGE A-40 
2604M Bridge Group 57T-10 - I-195 Washington North Phase 2 (Re-advertised) BRIDGE A-46 
0014N Bridge Group 59C - Reservoir Ave RR BRIDGE A-46 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-24 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-40 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0144E Harbor Junction Bridge No. 131 (57E) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-43 
00701 HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-43 
0013M I-195 Corridor Bridges (77) BRIDGE A-12 
0012Q I-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-26 
0012T I-195 Relocation - C-18 - Gano St PAVEMENT A-26 
0082D I-95 (Charles St - Lonsdale Ave) PAVEMENT A-42 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0079G I-95 Resurfacing (Elmwood Avenue to Eddy St) PAVEMENT A-6 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-49 
9003E Materials Lab - Quality Assurance OPERATING A-34 
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0153R Memorial Blvd. & Francis Street Improvements TRAFFIC A-8 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-13 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0078U Providence - Downtown Improvements, C-3 PAVEMENT A-7 
0012L Providence Area Bridges Nos. 1080, 1082 (56B) BRIDGE A-3 
0012R Providence River Pedestrian Bridge BRIDGE A-3 
0012N Ramp El Bridge No. 1083 (56A) BRIDGE A-3 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-13 
0081W Route 146 Improvements PAVEMENT A-17 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-31 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
OOO9N Washington Bridge North No. 700 (57AT - J) BRIDGE A-4 
RICHMOND 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-36 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0170C Baker Pines Bridge No. 593 BRIDGE A-11 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-34 
0145B Carolina Bridges (57F) BRIDGE A-1 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0168H Hope Valley Bridges (69D) BRIDGE A-11 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0084H Paver Placed Elastomeric Surface Treatment 2016 OPERATING A-5 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
0168E Tefft Hill Trail Bridge No. 592 (67T - B) BRIDGE A-4 
0154A Wood River & Holburton Bridges Nos. 261, 262 (58D) BRIDGE A-4 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-14 
0165V Woodville Road Improvements PAVEMENT A-18 
SCITUATE 
0173U 1R Improvements to Winsor Avenue PAVEMENT A-16 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
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Type Appendix 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-26 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-36 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-41 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-32 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-37 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-41 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-27 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-42 
0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-38 
01732 US Route 6 Hartford Ave PAVEMENT A-18 
SMITHFIELD 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-36 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
0013R Bridge Group 10 - I-295 BRIDGE A-40 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-32 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-33 
0016N Bridge Group 35 - I-295 BRIDGE A-45 
0153E Capron Road Bridge No. 792 (70A) BRIDGE A-1 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-48 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-49 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-30 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-27 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
O080E STC Misc Improvements 2018 TRAFFIC A-39 
SOUTH KINGSTOWN 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-15 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-26 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-36 
0139D Bridge Group 54B - Rt 138 Kingston Station RR BRIDGE A-46 
0165X High Street & Kingstown Road Improvements PAVEMENT A-6 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-18 


PTSID 


Project Name Type Appendix 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-19 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-16 
0055L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-37 
0139H Route 138 Improvements PAVEMENT A-7 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access OPERATING A-14 
0084B 2017 Crack Sealing North and East Regions OPERATING A-14 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-14 
0105C 2018 Crack Sealing Limited Access OPERATING A-25 
0105F 2018 Crack Sealing North and East Regions OPERATING A-25 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-25 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-35 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-35 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-35 
2604C 2021 Crack Sealing North, South, Central Regions C-1 PAVEMENT A-47 
2604A 2021 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-47 
2604B 2021 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-47 
0153P Bridge End Treatments - HSIP TRAFFIC A-8 
0084S Crack Sealing - Limited Access OPERATING A-4 
0084Z Crack Sealing - North & East, 2016 OPERATING A-4 
0084yY Crack Sealing - South & Central, 2016 OPERATING A-5 
0102) East Bay/South, C-6 - STC TRAFFIC A-8 
0025) High Friction Surface Treatments 2016 TRAFFIC A-19 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-43 
0006A Rhodeworks Toll Facilities TAP/OTHER A-18 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-38 
0116S Statewide LED Retrofit Project TRAFFIC A-9 
0073L Statewide Pavement Striping - Central, 2016-2017 OPERATING A-5 
0073K Statewide Pavement Striping - South, 2016-2017 OPERATING A-6 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-15 
0025P Statewide Road Diet 2017 TRAFFIC A-20 
0072K Traffic Signal Optimization, C-2 TRAFFIC A-9 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-20 
TIVERTON 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-15 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-22 
0031N Old Sakonnet River Bridge Demolition (Superstructure) BRIDGE A-2 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
2601H STC Misc Improvements 2019 TRAFFIC A-39 


PTSID 
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WARREN 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) PAVEMENT A-48 
0013U Bridge Group 15A - East Bay BRIDGE A-21 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0071P Metacom Avenue - HSIP TRAFFIC A-30 
0162D SRTS - C-4 (Wrn) TRAFFIC A-49 
WARWICK 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-28 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-28 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-25 
0113U Airport Connector & Route 2 Bridges (53C & 81B) BRIDGE A-1 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-34 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
0091K Coronado Road Pedestrian Enhancements TRAFFIC A-8 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-49 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-15 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-12 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-16 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-29 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-20 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-30 
0166H Route 4 Improvements, C-2 PAVEMENT A-17 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-42 
0156C South County Freeway Bridge No. 686 (52A) BRIDGE A-3 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0055K Statewide Resurfacing C-2, 2017** PAVEMENT A-7 
2602L STC — 1-295 SB at Bald Hill Rd TRAFFIC A-43 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
O0080E STC Misc Improvements 2018 TRAFFIC A-39 
0071T Warwick - HSIP TRAFFIC A-10 
WEST GREENWICH 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-21 
0143A Bridge Group 57K - Big River BRIDGE A-23 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 


PTSID 
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0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-42 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-48 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-49 
0153N Route 102 & Route 117 Improvements - Roundabout TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-14 
WEST WARWICK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-25 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-11 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-43 
0080D Pedestrian and Intersection Safety Improvements - STC with Albion Beacon TRAFFIC A-9 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-31 
WESTERLY 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-41 
2602X Bridge Group 45C_H - Cottrell BRIDGE A-45 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-29 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-38 
0116N Statewide Pavement Striping - Limited Access, 2016-2017 OPERATING A-6 
2602M STC Improvements - 2020 TRAFFIC A-44 
2601H STC Misc Improvements 2019 TRAFFIC A-39 
WOONSOCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-15 
0021U Blackstone Bikeway 8C TAP/OTHER A-18 
0021S Blackstone River Bikeway - 8B-1 TAP/OTHER A-28 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-19 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-39 


